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THOND- PACKAGING AND MARKING 
D.I D-003 PACKING OF SUPPLIES FOR DOMESTIC SHIPMENT .MAY 1995 

Supplies shall be packed for shipment in a manner that will ensure acceptance by common camera and safe delivery at destination. 
D.2 • D-004 PACKING LIST(S) ..MAY 1995 

A packing list oir other suitable shipping document shall accompany each shipment and shall include the following information; • 

(a) Name and address of consignor, 

(b) Name and address of consignee; 

(c) Government contract number (and delivery order number, if used); 

(d) Government bill of lading number covering the shipment, If any, and 

number if any Descriptiwi of * e itetns $hi PP^ including item number, quantity, number of containers, and package • 
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TION E - INSPECTION AND ACCEPTANCE 
El 52.2524)2 . CLAUSES INCORPORATED BY REFERENCE 



Tois contract incorporate one or more clauses by reference, with the same force and effect as if they were given in full text Upon 
request, die Contracting Officer wilt make their full text available. Abo, the full text of a clause may be accessed electronically at 
this/these addresses): 



[Insert one or more Internet addresses) 



Clause 


Title 


Date 


52.246-02 


Inspection Of Supplies-Fixed Price • 


August 1996 


52J46-04- 


Inspection Of Services- Fixed Price 


August 1996 


52.240-16 


Responsibility for Supplies 


April 1984 



E.2 E-002 INSPECTION AND ACCEPTANCE - F.O.B. DESTINATION 

ecrion and acceptance shall be made at destination by tn authorized representative of the Government 
E.3 ' E-004 INSPECTION AND ACCEPTANCE - SERVICES 



MAY 1995 



MAY 1995 



Inspection and acceptance of the services to be provided hereunder shall be made by the Contracting Officer's Representative. 
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TION F - DELrVERIES OR PERFORMANCE 



F.J 52.252-02 CLAUSES INCORPORATED BY REFERENCE 



This contract incorporates one or more clauses by reference, with the same force and e ffect as if they were given m full text Upon 
request, the Contracting Officer wit! make their full text available. Also, the fall text of a clause may be accessed electronicalWat 
this/these address(es): 



I Insert one or more Internet addresses] 



Clause 


Title 


Date 


52.242-15 


Stop-Work Oide* 


August 19*9 


52.242-17 


Government Delay Of Work 


April 1984 


52^47-34 


RO.B. Destination 


November 1991 


52.247-48 


F.O.D. Destination-Evidence Of Shipment 


February 1999 


52.247-52 


Clearance and Documents Retirements-Shipments to DOD Air 
or Water Terminal Transshipment Points ■ 


ApriJ 1984 - 



52.21 1-08 TIME OF DELIVERY 



JUNE 1997 



(a) The Government requires delivery to be made according to the following schedule: 

REQUIRED DELIVERY SCHEDULE 

As required in the task order statement of work. 



The Government will evaluate equal ly, as regards time of delivery, offers mat propose delivery of each quantity within the applicable 
delivery period specified above. Offers that propose delivery that will not clearly fall within the applicable required delivery period 
specified above, will be considered tmmespcosiwaftdiqedeATte 

delivery schedule or the proposed delivery schedule, when an offeror offers an earlier delivery schedule man required above If the 
offeror proposes no other delivery schedule, the required delivery schedule above will apply. 

[OFFEROR S PROPOSED DELIVERY SCHEDULE J 



(b) Attention is directed to the Contract Award provision of toe solicitation that provides that a written award.™ acceptance of offer 
mailed, or otherwise furnished to tfieaucceasmloff^ 

.;" *he offeror an award or notice of award not later than the day award is dated. Therefore, the offeror should compute the tine 
( . table for performance beginning with the actual date of award, rather than the date the written notice of award is received from the 
-.(trading Officer through the ordinary mails, However, the Government will evaluate an offer (hat proposes <le livery based on the 
Contractor's date of receipt of thc.contract or notice of award by adding (1) five calendar days for delivery of the award through the 
ordinary mails, or (2) one working day. if the solicitation states mat the contract or notice of award win be transmitted electronically 
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* 

term "working day" excludes weekends and U.S. Federal holidays.) It as so computed, the offered delivery date is later than the 
jrtd delivery date, the offer wiil be considered nomesponsive and rejected. 



F.3 F-006 PERIOD OF PERFORMANCE MAY 1995 

PERIOD OF PEltFORMANCE (05/95) 

This contract shall be effective on the date of the Contracting Officer's signature, and sbaJI remain in effect until one yew from the 
extracting Officer's signature. 
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THON G ~ CONTRACT ADMINISTRATION DATA 
G.l G-002 • CONTRACT ADMINISTRATION DATA 
CONTRACT ADMINISTRATION DATA (07/M) 



Contracting Officer 
Contract Administrator; 

First Class Moiling: ■ 
Courier or Hand Delivery: 



itracting Officer's 
prescntative (COR): 



Raymond W. Bon ford 

Raymond W. Bouford 
Telephone Number 70347S-6844 
Facsimile Number: 703-875-6085 

U.S. Department of State 
Office of Acquisition Management 
P O. Box 9 115, Rosslyn Station 
Arlington, Virginia 22219 

. US. Department of State 
Office of Acquisition Management 
Room 528 

1701 N. Ft Myer Drive 
Arlington, Virginia 22209 
(Visitor's entrance via 1 7th Street) 



To Be Specified at Contract Award 
~ Telephone Number: 
Facsimile Number. 



JULY 2001 



G.2 G-001 



ORDERING PROCEDURES 



NOVEMBE 
R1996 



ORDERING PROCEDURES {1 1/96) 

(a) In accordance with FAR 52 2 16-18 "ORDERING," me following individuals and activities are authorized to issue delivery orders 



or 



Department of State Contracting Officer 
US AID Contracting Officer 



<b) enters placed under mis contract shall contain the following information: 

(1) Date of order 

(2) Contract number and order number, 

(3) - ftem number and description, quantify, and unit price; 

(4) : Delivery or performance date; 

(5) Place of delivery or perfotmance (including consignee); 

(6) Packaging, packing, and shipping instructions, if any, 

(7) Accounting and appropriation dam 

(8) Security clearance levels), applicable to the order, if any; and 

(9) Any other pertinent information. 
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. :*uance of orders by facsimile ««itfwrizedm»ocoRlancewWiFAR52,2l6-l« "ORDERING." 

G.3 G-007 . ADDITIONAL ORDERING PROCEDURES FOR OTHER FEBRUAR 
GOVERNMENT AGENCIES Y1996 

ADDITIONAL ORDERING PROCEDURES FOR OTHER GOVERNMENT AGENCIES (92/96) 

Contracting Officers for the other Government agencies, identified in the clause entitled "ORDERING PROCEDURES," ere 
authorized to issue delivery orders or task orders under this contract only after obtaining prior written authorization from the 
designated Administrative Contracting Officer. Requests for authorization shall include: contract line item numbers, quantities, and 
prices for all hems to be ordered. If approved, a copy of the COs letter granting authorization shall be attached to the delivery order 
or task order. The Contractor shall not accept any orders from other Government agencies which do not include a copy of the COs 
authorization. A copy of each delivery order or task order shall be provided to the U.S. Department of State's Contracting Officer and 
COR at the time the order is issued. . 

G.4 G-010 TASK ORDERS NOVEMBE 

■ . R1996 

(a) Task Order Requests shall be issued in writing to the Contractor by the Contracting Officer or the Contracting Officer's 
Representative (COR) and will describe the specific support required by the Department of State. A Task Order Request is a request 
for proposal; it Is not a Task Order and does not authorize performance. 



Each Task Order Request shall include, at a i 

(1) A description of the work. to be performed; 

0) Reporting, briefings, and/or other deliverable requirements; and 

(3 ) The estimated period of performance or required completion date. 

(c) The Contractor shall, within ten working days of the receipt of a Task Order Request, submit to the COR a written technical 
proposal and a separate detailed cost proposal. A cost proposal shall include the following, as applicable: 

(1) The required number of labor hours by labor classification and labor rates; 

(2) Overtime hours and rates by labor category; 

(3) Direct material, travel, subsisted . 

(4) Dollar amount and type of any proposed subcontracts); 

(5) Total estimated price; and, . 

(6) Proposed completion or delivery dates. 

(d) The COR shall review the proposal and forward his written recommendations, along *ith a copy of the proposal, to the 
Contracting Officer. Following successful negotiations of the Contractor's proposal, the Contracting Officer shall issue a written Task 
^rder to the Contractor providing the necessary funding and authorizing the Contractor to begin work. 

. The Government shall not be obligated to pay die Contractor any amount in excess of die' total Task Order amount, and (he 
Contractor shall not be obligated to continue performance if to do so would exceed die total Task Older amount 
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232-70S DOSAR 652.232-70 PAYMENT SCHEDULE AND INVOICE 
SUBMISSION (FDCED-PRICE) (ACQ STANDARD FORMAT) 



SEPTEMBE 
R1999 



STA W^roRWAT>(0W9? SCHEOTJLE AJ ' n> ^y 0 ^ SUBMISSION (FDCED-PRICE) (AUG 1999) (ACQ 



(a) General The Government shall pay the Contractor w full compensation for all work required, ] 
this contract, inclusive of all costs and expenses, the firm- fixed-price stated- in Section B.offfiii contract. 

(b) RESERVED 



performed and accepted under 



(c) Invoice Submission. Invoices shall be submitted fn an original and mred copies to the office identified m Block 10 of the SF- 
26, Block 23 oftheSF-33, or Block 18b of the SF-1449, except that invoices for services shall be jubraitted-to the Contracting 
Officer's Representative (COR) at the address referenced in Section G of this contract under "CONTRACT ADMINISTRATION 
DATA." One copy of (he invoice shall be concurrently submitted to the Contracting Officer at the address referenced in Section G of 
this contract under "CONTRACT ADMINISTRATION DATA" To constitute a proper invoice, the invoice must include all hems 
per FAR 52.232-25, "PROMPT PAYMENT." ' 

(d) Contractor Remittance Address. Payment shall be niad* to the 

contract, unless a separate remittance address is specified below: • 



0.6 G-006 



PURCHASE CARD ORDERS 



JUNE 1999 



(a) Definitions. "Purchase Card," as used in this clause, means the Goveraroxnt-wide commercial credit card currently identified as 
under^s^irart^ 0 *^' ^ b 40 ^ < ^c^«n*crized to tensed for the placement and payment oforal dcKvery orders 

"Purchase Card Order." as used in this clause, means an oral delivery order placed under this contract using i Purchase Card 
"Cardholder," as used in this clause, means a Federal employee to whom a Purchase Card has been issued. 



(b) Purchase Card Orders in the amount of 52,500 or lets may be placed by Departnent of State Cardholders for the supplies or 
services stated in SECTION C of this contract at the prices specified in SECTION B. Purchase Card Orders may be comprued of 
multiple items, however, the total amount of each Purchase Card Order shall not exceed $2,500. AJ1 Prrrcb^e Card Ordera must have 
prior vmtten approval by the designated Contracting Officer's Representative (COR). Requnwnts may not be split in order to 
remain under the established Purchase Card threshold of $2,500 per order. 

(c) Notwithstanding FAR 5Z216-19 "DELIVERY ORDER LIMITATIONS," the Contractor shall honor Purchase Card Orders if the 
w^regate amount of fcetnms**^ 

*R. 

(d) Payments for Purchase Card Orders will be processed by: 

Citibank Government Card Services 
P.O. Box 6575 
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The Lakes, NV 88901-6575 



(e) The Contractor shell not process a transaction for payment until the purchased supplies have been shipped or services performed. 
Unless the Cardholder requests correction or replacement of a defective or faulty item in accordance .with other contract requirements, 
the Contractor shall immediately credit a Cardholder's account for items returned as defective or taulty . 

(0 In addition to the packing and marking requirements stated in SECTION D of this contract, the Contractor shall provide the 
following on the packing list or shipping document- 
or Tbe Cardholder's name, office symbol, and telephone number; and 

(2) The term "Purchase Card Order" (DO NOT WRITE the Purchase Card ACCOUNT NUMBER). 

W The Contractor shall submit a quarterly report of Purchase Card Orders to the Contracting Officer. The report at a minimum shall 
include:, requiring office's symbol, name of cardholder, date of order, description of supplies or services, and the total dollar amount 
of the transaction. 



0.7 242-70S DOS AR 652242-70 CONTRACTING OFFICER'S REPRESENTATIVE SEPTEMBE 
(ACQ STANDARD FORMAT) R1999; 



DOSAR 652^42^70 CONTRACTING OFFICER'S REPRESENTATIVE (AUG 1999) (ACQ STANDARD FORMAT) (09/99) 

(a) The Contracting Officer may designate in writing one or more Government employees, by name tnd position title, to take 
action for the extracting Officer under this contract Each designee shall be identified as a Contracting Officer's Representative 

iR). Such designation^) shall specify the scope and limitations of the authority so delegated; provided, that the designee shall not 
<ge the terms or wmdftions of the contract, unless the COR is a warranted Contracting Officer and this authority is deleaated in the 

uesignation. - 

(b) Tne COR b identified in Section G of this contract under "CONTRACT ADMfNISTRATION DATA." 
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TION H - SPECIAL CONTRACT REQUIREMENTS 

H.1 . H-005 CONTRACTOR COMMITMENTS, WARRANTIES AND MAY 1995 • 

REPRESENTATIONS 



Any written commitment by the Contractor within the scope of this contract shall be binding upon me Contractor.- Failure of toe. 
Contractor to fulfill my such commitment shall render the Contractor liable for liquidated or other damages due to the Government 
under the terns of this contract For the purpose of this clause, a written commitment by fee Contractor is limited to the propositi 
submitted by toe Contractor, and to specific written modifications to the proposal. Written' commitments by the Contractor are further 
defined as including (1) any warranty or representation made by the Contractor in a proposal as' to hardware or software performance; 
total systems performance; and other physical, design, or functional characteristics of equipment, software package or system, or 
installation date; (2) any warranty or representation made by the Contractor concerning the characteristics or kerns described in (l) 
above, made En any publications, drawings, or specifications accompanying or referred to. in a proposal; and (3) any modification of or 
affirmation or representation as to Ac above which is made by the Contractor in or during the course of negotiations, whether or not 
incorporated into a formal amendment to the proposal. 

H.2 H-006 GOVERNMENT-FURNISHED EQUIPMENT AND SPCE (ON-SITE) MAY 1 995 

For Contractor personnel performing work on Government premises, the Government shall provide: on-site office space, furniture, 
telephone service, and any other necessary supplies and equipment, 

H-007 INSURANCE REQUIREMENTS MAY 1995 

In accordance with FAR 52228-5 "INSURANCE-WORK ON A GOVERNMENT INSTALLATION," the Contractor shall, at no 
additional expense to this contract, provide and maintain, in addition to any other insurance coverage required elsewhere in this 
contract, the following types of insurance in toe amounts specified Before aommendng work under this contract, the Contractor shall 
certify to the Contracting Officer in writing, that at least the kinds and rnidnnin] amounts of miurani* required belcrv* have been 
obtained On specific task orders higher insurance limits may be required. 



(*> Worker*' flMBBMfiaB Mat EBBftgarj UajtfBBHnw Contractor to required to comply with applicable Federal and State 
workers" compensation and occupational disease statutes. If occupational diseases arc not compensable under those statutes, (hey shall 
be covered under the employer's liability section of the insurance policy, except when contract operations are so commingled whh a 
Contractor's commercial operations that k would not be practical torequire this coverage. Employer's liability coverage of at least 
$100,000 is required, except in States with exclusive or monopolistic funds that do not permit worker's compensation to be written by 
private carriers. 

(b) General Lufoilfty-The Contractor shall provide bodily injury liability insurance coverage written on the comprehensive form 
polky of* least $500,000 per occurrence. 

(c) Automobile liMity-Tbe Contractor shall provide amomobile liability Insurance written on toe comprehensive form of 
policy. The policy Shall provide for bodily injury and property damage liability covering the operation of all automobiles used in - 
connection wkb performing the contract, Policies covering automobiles operated in the United States shall provide coverage of at least 
$200,000 per person and $500,00Q per occurrence for bodily injury and $20,000 per occurrence for property damage. The 
amount of liability coverage on other policies shall be commensurate with any legal reqnirernents of the locality and sufficient to < 



Aircraft Public and Passenger Liability- When aircraft are mat in enmwetinn with pwfamimg th. renftart, thf Contractor 
.oil provide aircraft public and passenger liability insurance. Coverage shall be at least $200,000 par bectarence for property 
damage. Coverage of passetnjer Hebi% bcdjty^ or, 
whichever is greater. 
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VfiWlPfrWifr- Whcn contract performance involves use of vessels, the Contractor shall provide vessel collision liability 
fTOtection and indemnity liability insurance. ' 



H.4 H-014 GOVERNMENT-FURNISHED MATERIAL MAY 1995 

COVBRNMKNT^UIWISHKD MATERIAL 

(») "Material," as used in this clause, means property that may be Incorporated into or attached to a deliverable cad item or that 
may be consumed or expended in perfonning this contract 

i * •■" • ■ ■ * . 

forth ^[^ tWith3t * nding ttnn W condhion of con,n,ct to *e contrary, the Qovemment will provide only dial material set 

Description Ouaptftv Date* 

DETERMINED AT TIME OF TASK ORDER AWARD ; «' 
* - Or upon written request after this elate. 

H.5 H-OIS GOVERNMENT-FURNISHED PROPERTY MAY 1995 

■* . ■ . ■ • . 

/ERNMENT-FURMSHED PROPERTY (W/95) >• ■ 

u*se^^o^ce ?f tStot^al^ 10 """"^ Qovtttiment "® P 10 ^ ^ WW ** f «* ^ 
Praripfoa Quantity r>ft 

DETERMINED AT TIME OF TASK. ORDER AWARD 

H.<5 H-OHi KEY PERSONNEL . pEBRUAR 

Y1996 

KEY PERSONNEL (0X96) 

(a) The Contractor shall assign to Alt contract the following key personnel: 

LABOR CATEGORY NAME 

■ 

PROGRAM MANAGER 
DEPUTY PROGRAM MANAGER 
• DETAIL LEADERS . 
SHIFT LEADERS 

THESE ARE TO BE EVALUATED AT TASK ORDER AWARD 
INames to be Inserted by Offeror at time of task order proposal snbsaission.] 

(b) The Contractor agrees that a partial basis for award of this contra* is the [« of Icey persotHwl Accordingly, the 
Contractor agrees to assign to this contract those key persons whose resumes were submitted with the proposal necessary to fijIfiH Ae 
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rementj of the contract No substitution shall be made without prior notification to and concurrence of the Contracting Officer 
Jig tbc first ninety days of performance, the Contractor shall make no substitutions of key personnel unless the substitution is 
necessitated by ilbiess, death, or termination of employment ' 

(c) All proposed substitutes shall meet or exceed the qualifications of the person to be replaced. The Contractfcg Officer shall be 
notified in writing of ray proposed substitution at least forty-five days, or ninety days if a security clearance is to be obtained, in 
advance of the proposed substitution. Such notification shall include: (II an explanation of the circumstances necessitating the 
substitution; (2) a complete resume of die proposed substitute; aid (3) any- other information requested by the Contracting Officer to • 
enable him to judge whether or not the Contractor is maintaining the same high quality of personnel that provided the partial basis for 
award. 



H.7 H-020 SAFEGUARDING OF INFORMATION MAY 1995 

The Contractor and its employees shall exercise the utmost discretion in regard to all matters relating to their duties and functions. 
They shall not communicate to any person any in formation known to them by reason of their performance of services under this 
contract which has not been made public, except in the necessary performance of their duties or upon written authorization of&e 
CoirtractfagCfiJcer. All dDcumcms and record* (memdmg photographs) generated during the performance of work under this 
contract shall be for the sole use ofand become the exclusive property of the U.S. Government. Furthermore, no article, book, 
pamphlet, recording, broadcast, speech, television appearance, fihn or photograph concerning any aspect of work perforrned under this 
contract shall be published or disseminated through any media without the prior written snthoruatka of the Contracting. Officer 
These obligations do not cease upon the expiration or termination of this contract The Contractor shall include the substance of this 
provision in all contracts of employment and in all subcontracts hereunder. ■ 



"•8 H-024 NONPAYMENT FOR UNAUTHORIZED WORK MAY 1995 

No payments wUl be made for any imaum 

This includes my services performed by the OmtrBCtor of his own volm'oo or at tte request of an individual other mm » duly 
appointed Contracting Officer. Only a duly appointed Contracting Officer u authorized to change the specifications, tains, and/or 
conditions of this contract, 

•t* 

H.9 H-02S TECHNICAL DIRECTION MAY 1995 

TECHNICAL DIRECTION (05/95) 

(a) Performance of the work hereunder shall be subject to technical instructions, whether oral or written, issued by the 
Contracting Officer's Representative specified in SECTION G of this contract As used herein, technical instructions are defined to 
include the following; 

(1) Directions to the Contractor which auggest pursuit of certam lines of inquky, chknee work emohasis. fill in 
details, or otherwise serve to assist in the Contractor's sccompush^oftbe Statement of Wort ^ " 

(2) Guidance to the Contractor vd^ 
portions of work description. 

Technical instructions must be within the general scope of work stated in the contract. Technical instructions may not be 
*i to: < 1) assign additional work under the contract, (2) direct* change as defined in the "Changes" clause of this contract; (3) 
increase or decrease the contract price or estimated contract mount (including fee), as applicable, the level of effort, or the time 
required for contract performance; or (4) change any of the terms, conditions or specifications of the contract. 
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. If, m the opinion of the Connector, any technical instruction calls for effort outside the scope of the contract or is inconsistent 
this requirement, the Cootractor shall notify the Contracting Officer in writing within five working days after the receipt of any 
such instruction. The Contracts sh^ ncrf proceed wto 

is notified by the Contracting Officer that the technical instruction is within the scope of this contract. 

(d) Nothing in the foregoing paragraph' shall be construed to excuse the Contractor from performkig that portion of the 
contractual work statement whkh is not affected by the disputed technical instniction. 



H.10 H-027 ;. .WARRANTY MAY 1995 

WARRANTY (05/95) 

At a minimum, the Contractor shall warrant supplies provided under this contract to the extent that the manufacturer's warranty for 
these items. This warranty shall in no way impair or diminish the rights of the Government under any other clause of this contract 

H.ll R-029 SMOKE-FREE WORKPLACE NOTICE MAY 1995 

(a) The Department of State has been designated a smoke- free workplace. 

(b) Dcfinidons.; -5raoklng" means a lighted cigar, cigarette, pipe or other tobacco product. "Smoking Areas- means those 
/gnated exterior spaces where the smoking of tobacco products is permitted. 

• a 

.. V) ■ Applicability. . The Smoke-Free Workplace policy applies to all occupants of the Mam State Complex; as well as all 
Department of State occupied space in other dowettic buildings, whether owned, reared or leased, and to all Department of State 
owned, rented, or leased" vehicle*. ' 

(d) Policy. It is the policy of the Department of State to promote « healthy environment. Accordingly, the Department has 
adopted a policy prohibiting smoking in the interior of al] domestic buildings and facilities effective August 1,. 1993. 

H.12 H-031 : SECURITY REQUIREMENTS SEPTEMBE 

R1999 

SECURITY REQUIREMENTS (09/99) 

(a) A facility security clearance al the TOP SECRET level is requited for contract performance in accordance with the DD Pom 254 
Department of Defense Contract Security Classification Specifkalion, attached to this contract. 

(b) Since it will be neceisary foreome Contractor personnel to have -access to classified material «md/or to enter fatto area* retiring a 
security clearance, eac#^ 

required level of access prior to contract performance. Individual clearances shall be mamtained for Ifce duration of employment 
under this contract, or Until access requirements change. . 

(c) The Contractor shall obtain a ^artavml of State building pass for all employees performing under this contract who require 
*«queat and corthrukig access to Department of State facilities in arxordance with DOSAR 652.237-71 

ENTTHCATK)WB0ILDIMG PASS " 

(d> Performance of this contract shall be in accotdance with the attached DD Form 254, Department of Defense Contract Security • 
Classification Specification and FAR 52.2<M-2 "SECURITY REQUIREMENTS.* 
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.3 H-032 ORGANIZATIONAL CONFLICT OF INTEREST • GENERAL- FEBRUAR- 

YI996 



(a) The Contractor wwrants that, to the best of its knowledge and belief, ftietearenoitsk^^orcircunistancei which wouM 

give rise to » Owanimrtinimt entiflirf nfintiw^e* « rf.fi^i-C.D c.t >n« — ^. ^ / . . . _ * r0 r'° 

information. 



give rise to an organizational connict of interest, as defined hi FAR Subpart 9.5, <>r that the Cwrtractor has dudojed all surd, relevant 

nil n+i r\m 



<b) The Contractor agrees that if an actual or potential organizational conflict of interest is discovered after award, the Contractor will 
make a full disclosure in writing to Ac Contracting Officer. This disclosure shall include a description of actions which the Contractor 
has taken or proposes to take to avoid or mitigate the actual or potential conflict.- 

"(c) If the Contractor was aware of a potential organizational conflict of interest prior to award or discovered an actual or potential 
conflict after award and did not disclose or misrepresented relevant information to the Contracting Officer, the Crovernment may 
terminate the contract for default ' 

* * 

(d) The Contractor shall insert the substance of this' clause, including this paragraph (d), in all subcontracts. 

* * 

H.14 H-033' ORGANIZATIONAL CONFLICT OF INTEREST SPECIAL CLAUSE- FEBRUAR • 

Y1996 

(ft) Purpose. The primary purpose ofthis clause is to 
-currenUyplaiuvri interests 

« not obtain any into competitive advantage over other parties by virtue ofits performance of this contract 

(b) Scope. The restrictions described herein shaJi apply to p^onnance or participation by the Contractor and any ofits affiliates or 
thetrsnccessowmtatet^ ; . 

extractor, subcontractor, co^ponsor.^or^ - * ., ' 

(1) Technical consulriag and management support services. . 

, , (0 The Coraractor shall be ineligible to participate in any capacity in Department costoacts, subcontracts, 

proposal, therefor (solicited or unsolicited) which stem directly from the Contractor's perfortnancTof work uno^^o^cttor a 
period of three years after cor^leu'on of this wmract Furthermore, unless so directed in writing by ihe Contracting Officer, the 
Ccmtre^shaHnxrt perform any technic 
n^pttrfw^orseivksesortte 

_ , ■ (ii) tf*eCootratfOTunderthiscon^ 

speciricanons to be used in a competitive acquisition, the Contractor shall be beiigjble to participate in any capacity foany caimactuaj 
effort which is based on such statement of wo* or ^fficatiocs for a period of three years after completion of this contract The 
Contractor shafl not mcorr*^ & 

Comiacting Officer, m which case the restriction- in this subparegraph shall not apply ^ . 

(2) Access to and use of information. 

(i) If the Contractor, in the performance of this contract, obtains access to infonnatton such aaDenertment 
plans; po«ci«, reports, studies, financial plans, internal data protected by the Privacy Act of 1974 (Pub. L 93-5791 or o^tawhich has 
™* been released or otherwise made available to the public; the Contractor agrees ttityrithom prior written approval from the T 

mformatjon for any private purpose unless the information has been released or . 
.rfwne made a vailable.to the public; (b) compete for work for the Department based on such mfonmatioo for a period of six jnohihs 
after either the completion of this contract or until such mfonnatjon,is released or otherwise made available to the pubbc, whichever 

OCOWfil^(c)SUIJr^ 

information is released or otherwise made avaitabie to the public; or (d) release such information Unless such Btiormatfon has 
previously been released ot otherwise made available to the public by the Department. 
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(ii) In addition, the Contractor agrees that to the extent Hrtceives or is given access to proprietary data, 
data Protected by the Privacy Act of ! 974. or other confidential or privileged technical, business, or financial information under this 



contract, it shall protect.thts information from unauthorized uso or disclosure for ea toog «s it remains proorictarv and refrain from 
using the information for any purpose other than that for which it was famished 

(c) Disclosure after award. (J) The Contractor agrees that if an actual or potential organizational conflict of interest Is discovered 
after award, the Contractor will make a full disclosure in writing to the Contracting Officer, Uis«sclo«iresliaUtocludeadesaM^ 
of actions which the Contractor has taken or proposes to take to avoid or mitigate the actual or potential conflict 

(2) If the Contractor was aware of a potential organizational conflict of interest prior to award or discovered an 
actual or potential conflict after award and did not disclose or misrepresented relevant information to the C^traetin* Officer the 
Government may terminate the contract for default. - 

• • • 

(d) Subcontocts. The Contractor shall include the substance of this clause, factading this paragraph (d), in all subcontracts of any tier 

vdn^voh^perfcrrn^ or wo* of the type specified in subparagraph (bXI) of thh clause or access to information of the type 

covered m suhpanigraph-{bX2) of this chuse. The Contractor shall obtain tor the Department an Orgartizafional-Conflict of Interest 

Disclosure Shuement orRefnosentMion from each Intended subcontractor or consultant' The Contractor shall not enter into airy 

subcontract nor engage thy consultant unless the Contracting Officer shall havo fimnctified the Contractor that there is little or no 

!* effi> .?°^ ^ m w & sAatioo > d of «"»»* or that despite the existence of a conflict of interest theaward is in fire best 
HTteiest of the Oovermneirt 

(e) B*medies. Por breach of any of the above restrictions or for nondisclosure or misrepresentation of any relevant facts required to 
disclosed concerning this contract, the Government may terminate the contract for default, disqualify the Contractor for Subsequent 

ed contractual efforts and pursue such other remedies as may be permitted by law or this < 



(f) Warver/Requesbfcf waiver tmder to 

% S T^ l *ZT t T,? ai ^ ** * ^ rf^deterrnmedto^thebestin 

the Omtracting Officer shall grant such a waiver in writing. ■ |"" 

(g) Modifications. Prforto any contract nx>dificatk>n (wcepr for the exercise of options) which (1) modifies the statement of work to 
add new work, (2) significantly increases the period of performance, or (3) changes the parties to Ac contract the Oortractor shall 

• submit b current Organizational Conflict of Interest Certification and Disclosure. " 

■ 

H.15 FILE DEDUCTION CLAUSE.DOC 
PRICE DEDUCTION FOR LESS THAW 100% MANNING 

The foil manning of rrwecticw detail* is extremely imports to the safety of the principal being protected as well as the remainder of 
jtoprotoenVmdetofi. Mamnng shortfall have been a ro^w 
Threat PrrXectirm.Offlce. Therefore, this contrary will have 
retain high staffing levels on all task orders, 

deptoymeots sre made on time and staff is retained 100% of the time no deductions to the award price will be made If mannkur 
falls betow a minmumcrtoe correct ium^ 

faaoVlhiontonotbediigaUetohtvoiM The 6erhx4 form members is Sl.SOOm 

support personnel isS 1,200 per day. The deduct is based on the extra labor that a levied upon the Regional Security Officer at the 
.■ t by the manning shortages. 



Each task order request will provide a deployment date the contractor will be expected to meet This date shall be met unless the 
" " ' negotiate a afferent date before task order award. The matrix below applies to any detail members not deployed by the 
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. greed upon in the task order. A waiver may be granted at the discretion of the government if deployment is delayed at no fault 
i contractor. 

Rotation 

There are two aspects of.retention with respect to the WPPS contract The first ]s the situation where contractor employees arc bein* 
replaced through -normal" rofation. The second is those situations where the cootractor must replace an employee because of 
emergency" reasons, such as: 

The employee quits , 
The employee's performance is unsatisfactory (whether on or off the job) 
The employee is incapacitated (sickness, injury, etc) 
Each of those two situations requires a slightly different incentive arrangement 

Normal Rotation 

This situation fa one that must be addressed in the contractor* Management Plan for each Task Order. The Goal is that there should 
be no breaks m service. But. both Government and Industry experience suggests that some level rfperfomiance below 100% should 
be used as the dividing Une between positive and negative incentives for WPPS. 

After due consideration, it is concluded that the WPPS contract establish nMatrix for the thresholds where, negative incentives arorv 
Sows ritC ' r0t8t ^ 18 "* SUPP0SCd 10 * ?1 * Md ****** 8 * aiCm1iye ^V*™ 1 ***** ^ *> 

*e end of each six month performance period, ^.Government ^ detennine^ with the 

MATRIX for each detail completed (completed in font six month period) Task Order. If that mmber of ^ exceeds ^ " 
■mount allotted for the breaks in service or if the fill level MU'betow the NtonnumFairat^ 

award price will be adjusted based on the deduct table below. ' wm"»™ * 

ergency" Replacement 



eight days fj.e., me time allowed for the contractor to make 
for in the contract). 



from their replacement cadre (tbepersotmelpipeliBc provided 



The taeentive errengementin thia contract is focused on motivating the contractor to retain his employees and therefore not tall below 

MATRIX 



NUMBER OF PES IN 
DETAIL 


MAXIMUM 
VACANCIES 


ALLOWABLE DAYS 
TOBE<lW%ON 
NORMAL 
ROTATIONS 


ALLOWABLE DAYS 
FOR EMERGENCY 
REQUIREMENT TO BE 
LESS THAN 100% 


I TO 15 


1 


2 days 


todays 


It TO 39 


2 


2 daw 


lOdajs 


31 TO SO 


- 3 


3days 


II days 


51 TO 65 


4 


3 daw 


Udap 


66 TO 80 


5 


3dm • 


11 days 


• 81+ 


6+1 FOR EVERY 
IS ADDITIONAL 


3days 


11 days 


Deduction examples: 




•* t 
* t 





• mple I : Detail size 8-. Omtractor may have I person m«suigoa a n<mral rotatwo for 2 days without penalty Contractor may 
u^ve one person missing for lO days vvhlKwtpeiiahyif th« 

begirmingthethiiddayofancKmal rcti^on stk! the 11* day of m emergency vacancy. If two positions become vacant the penalty 
would start immediately upon getting the second vacancy for one position and upon eviration of the grace period on the other 
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: 'on. Penalty for being over the maximum number of vacancies wii! end as soon as (he vacancies arc reduced to acceottbfe level 
.-.ty for each position vacant will end upon filling the position. . WWBU «° ■ 0C W WB 

Example 2 Detail size 35 - Contractor may have 3 personnel missing on a normal rotation for 3 days without penalty Contractor 
may have 3 personnel missing for 1 1 days without penalty if there is an unplanned emergency vacancy. Penalties wiU be assessed 
b^tn«dt6foiirdi day of a rKxma) rotation and the 1 2* day of an emergency vacancy. If 4 positions become vacant the penalty will 
start immediately for the forth vacancy and upon expiration of the grace period on the other poshions. Pet^forbehaovcrthe 
eT^fill^pS^ 168 WiU ^ M 8000 K 46 * P^^enchpos^vactmtvriU 



H. 16 FILE TASK ORDER- AWARD PROCESS JX?C 

TASK ORDER AWARD PROCESS ' 

A ij^n r" 1 ^ * 60nt " K * S iB * giV *, the ******** 10 m *' » P"**** 1 c* each task order rto^est/natement of work. The 
offeror will have 7 days to provide a proposal unless a time extension is warranted and given to all awardees. All proposals will 
T^r^!^ foT BCCOffi P lish5l « *e task and* price volume whh a fixed price. The fixed price nmst be itemized by the 
sub-CLrNs in section B. Award may bo made without discussions so all prices shouM be considered "beat and final". 

A panel of personnel from DS and AQM win make the task order award selection based on the criteria below. A summary report will 
document the reasons for the selection and tkbrie^finga provided the norwuctessrul offerors if requested report w U | 

Evaluation awl selection will be nuuie on a best vah» basis with a tradeoff between technical plan, pest performance on previous 
•nags, and price. But ifatce all awardees will have similar technical capability, past performance oTprevkws task crdcr7«Xke 
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TION I ~ CONTRACT CLAUSES 



1.1 5Z252-02 CLAUSES INCORPORATED BY REFERENCE 



This contract incorporeics ooc or roons clause by reference, with the same force and effect as if they were given in full text. Udod 
request, the Contracting Officer will make their full text available. Abo, the full text of a clause may be accessed electronicaHvat 
misAhese addressees):. ■« 



{Insert one or more Internet addresses] 



Clause 


Title " " " . - . 


Date - - - 


52302-01 


Definitions 


July 2004 


5Z203-O3 


Gratuities • 




52.203-05 . 


Covenant Against Contingent Pees " ~ 




52203-06 


Restrictions On Subcontractor Sales To The (rovernmmt 


July iim 


52.203-07 


Ann-Kickback Procedures. ' •'• • 


July tyyp 


S220341& • 


Cancellation, Rjescissioiv. ami Recovery of Funds tVw ri(r.o*< «r " 
Improper Activity 


T ■ I'll j.i | Ann 

January vn t 


'"'203-10 


Price Or Pee Adjustment For Illegal Or Improper Activity 


January 1997 


*>3-l2 


Limitation On Payments To Influence Certain Federal 
Transactions 


June 2003 


52.204-02 


Security Requhteueats 


August 1996 


52.204-04 


Printed or Copied DoubJe^Sidcd on Recycled Paper. •-- 


AUCUR2000 


52.204-07 


Central Contractor Registration 


October 2003 1 


52207-05 ■ 


Optiao To Purchase Equipment 


February 1995 


52.208-04 


Vehicle Lease Payments 


April 1984 


52308-05- 


Condition of Leased Vehicles 


April 1984 


52208-06 


Marking of Leased Vehicles 


April 1984 


52.208-07 


Tagging of Leased Vehicles 


May 1986 


52.209-06 


Protecting the Government's Interest When Subcontracting With 
Ccutractw Debarred Suspend 


January 2005 


52.211-05 


Material Requirements. 


August 2000 


52.211-15 


Defense Priority And Allocation Requirements 


September 1990 


52.215-02 


Audit and Recoria-Nesctiatioo 


June 1999 


522 15-08 


Order of Precedence— Uniform Contract Format' - •' - 


October 1997 


52.215-10 - 


Price Reduction for Defective Cost or Pricing Date 


C«toberl997 


52215-11 


Price Reduction for Defective Cost or Pricing Data- 
Modifieatkns 


October 1997 


52215-12 . 


Subcontractor Cost or Pricing Data 


October 1997 


52.215-13 


Subcontractor Cost or Pricing Data-Modifications 


October 1997 


52.215-14 


Integrity of Unit Prices 


October 1997 


52.215-15 


Pension Aduistrneats and Asset Reversions 


October 2004 


.52215-17 


Waiver of Facilities Capital Cost of Money 


October 1997 


215-1* 


Reversion or Adjustment of Plans for r^iscretirement Benefits 
(PRB) Other than Pensions 


October 1997 


52215-21 Alt IV 


Requirements for Cost « Pricing Data wlafbanautex Other 
Than Cost or Pricing DattHMoeMcations (Oct 1997) - 
Alternate IV 


October 1997 


52.216-04 • 


Economic Price Adjustment-Labor and Material 


January 1997 
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' '.7-08 • 




• 

November 1999 


.19-04 


noucc ox trice cvaiuaujuu rTttcreacc tor HUBZAOfc Snudt 
Business Concerns 


October 2004 


52.219-08 


uuuzanon or oroaii pusiness concerns 


May 2004 • 


• 52219-09 Air rr 


VIM 4KB DHMkAtf f lata ■ lllltlM mMm m» m Wtt mmm ^AflAV 4 It. . _ ■ fk 

oraan ousukss auocoauaccnsr run (Jan 2002) * Alternate u 


October 2001 




nonce or rnce evaluation Adjustment for Small Disadvantaged 
Business concerns 


June 2003 


59 2224)1 


■ notice ro Toe oovenunent Of Labor Disputes 


February 1997 




wjnvici Laoor 


June 2003 


52222-04. 


Contract Work Hours and Safety Standards Act - Overtime 
Compensation 


September 2000 




Child Labor- Cooperation with Authorities and Remedies 


June 2004 


52.222-20 


Wabh-Heaiy Public Contracts Act 


December 1996 


52 .222-2 1 


Prohibition of Segregated Facilities 


February 1999 




Equal Opportunity 


April 2002 


. 52.222-29 


Notification of Visa Denial 


June 2003 


52.222-35 


Equal Opportunity for Special Disabled Veterans, Veterans Of 
the Vietnam Bra, and Other Eligible Veterans 


December 2001 


52.222-36 


Affirmative Action For Workers with Disabilities 


June 1998 


52.222-37 • 


Employment Reports on Special Disabled-Veterans, Veterans of 
the Vietnam Bra, and Other Eligible Veterans 


December 2001 


52.222-41 .- ' • 


.Service Contract Act Of 1965, As Amended 


May 1989 


52.222-43.r*.. 


Fair Labor Standards Act And Service Contract Act - Price - . 
Adjustment (Multiple Year And Option Contracts) 


May 1989 


52.223-03.Afc > 


Hazardous Material Identification and Mateml Safety Data (Jan 
1997) - Alternate I 


July 1995 




Pollution Prevention and RishMo-Know Information 


August 2003 




Drug Free workplace 


May 2001 




Waste Reduction Program. 


August 2000 




Refrigeration Equipment and ArrCoadinoners 


May 1995 


52.223-14 


Toxic Chemical Release Reporting 


August 2003 


5Z224-01 


Privacy Act Notification 


April 1984 


52.224-02 


Privacy Act 


April 1984 


52J25-01- 


Buy Americas Act - Supplies 


June 2003 


52325-05 


Trade Agreements 


January 2005 


52.225-08 


Duty- Free Entry 




52.225-13 


Restrictions on Certain Foreign Purchases 


March 2005 . 


52.225-14 


Inconsistency Between English Version And Translation Of 
Contract 


February 2000. 


>c*22 /-Uf 


Authorization and Consent 


Jury 1995 


5Z.ZZ7-02 


Notice And Assistance Regarding Paten}. And Copy 

ih a^_L^ n ■ — - ^ 

mtrmgement 


August 1996 

■ 




Datmf e — s - — i*— - 

ratcOi iDoetJhsinj 


April 1984 


53 1711-01 


wontcrs lomptTOmoo uxsurioco (Ltefeojc otso Act) 


April 1984 


52.228-04 


WmVvm' pAftii%M«aflmi Tut XMT^~ art . . • a. «>v_ 

nMAcn MinpciwnoD ■to war-naztrd utturaoce Overseas 


April 1984 


52228-05 


utsuioiaTC won vm a ^juv^piniwi lutsiaWtton 


January 1997 


52,228-07 


In4WHWIf^-f tmKHtfiff Tft Ttatryl DiaraiiaM 

I'laiuniivv ',i>Hai/iiwy k v *uuu rQWul 




52.228-08 


Liability and Insurance - Leased Motor Vehicles 


May 1999 


5Z229-03 


Federal, State And Local Taxes 


April 2003 


*l229-06 


Taxes-Foreign Fbted-Pnce Contracts 


June 2003 


730-02 


Cost Accounting Standards 


April 1998 


j,.;230-03 


Disclosure And Consistency Of Cost Accounting Practices 


April 1998 


52.230-06 


Administration of Cost Accounting Standards 


November 1999 


52.232-01 


Payments 


April 1984 


52232-08 


Discounts For Prompt Payment 


February 2002 
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y\ nn 

• »Z-05> 


Lintitation On Withdrawing Of Payment 


April 1984 


-12-H 
52.232-17 


Extras 

Interest ■-■ " 


April 1984' 


52:232-18 


Availability Of Ponds 


June 1996 
April 1984 


51232-23 


Assigamesat Of Claims 


January 1986 


52232-25 . 


Prompt Payment 




52.232-33 

- •* 


Payment by Electronic Funds Transfer-Central Contractor .< • ■ 
Registration 


October 2003 


.52.232-3? 


Multiple Payment AnwHrements 


May 1999 


52.233-01 Ait I 


Disputes (Jul 2002) - Alternate I 


" December 199 1 


52.233-03 


Protest After Award 


August 1996 


52237-02 
■ 


Protection Of Government Buildings, Equipment, And 
Vegetation 




522374)3 


Contkraity Of Services 


January 1991 


52.2424)1 


Nate of Intent to DisaUow Costs 


April 1984 


52142-03 


Penalties for Unallowable Costs 


May 2001 


522424H 


Certification of Final Indirect Costs 


janugy 1997 


52242-13 


BanfcnnXcy 


July 1995 


52.2434)1 Ah D 


Ojantes-Fixed-Price (Aug 1987) - Alternate II 


April 1984 


522434)6 . 


Change Order Accounting ■ 


Aoril 1984 


52244-05 


Competition Id Subcontracting 


December 1996 




woperry Records 


April 1984 


522454ft 


Government Property (Fixed Price Contracts) 


Mav 2004 " ' 


52.2454)9 


Use And charges 


Anril 1984 


52245-19 


Government Property Furnished "As la- 


Anril 1984 


146-23 


Limitation Of Liability 


February 1997 . 


• Z40-25 


r Limitation OfXiabUtty-Services - 


February 1997 


S2247-63 


Preference For UA Flag AirCarriew 


June 2003 


S22484U.. . . 
522494)2 


Value EppnjBerioa; 


February 2000 


52249-08 


Termination for Convenience of the Government (Fixed^Price) " 
Default (Fixed-Price Supply and Service) 


May 2004 "* 

April 1984 


522514)) 


Oovemment Supply Sources . 


April 1984 


522534)1 


Computer Generated Forms 


January 1991 • 


52216-25 


Contract DeSnitization (See Note 1.) 


October 1997 " 



1.2 52.222-02 ' PAYMENT FOR OVERTIME PREMIUMS 



JULY 1990 



(a) The use of overtime is authorized under this 
premium is paid for work - 



if the overtime premium does not exceed* S0.00 g to overtime 



(1) Necessary to cope with emergencies such as those resulting from accidents, natural disasters, breakdowns of production 
equipment, or occasional production bottlenecks of a sporadic nature;. . . 

(2) By indirectrlabor employees such as those performing ditties in cxmnectkaj with admsaistration, protection. transportation, 
maintenance, standby phipt protection, operation of utilities, or accounting; 1 "~ , »"™^' mm r mm ^. . 

(S) Joferfsrm testa, industrial processes, laboratory procedures, loading or unloading of transportation conveyances, and operation* 
3igfcoran<wtoatarecoatkraou^ 

\4) That will result in lower overan costs to the Government "\ 

(b) Any request for estimated overtime premiums that exceeds the amount specified above shall include all estimated overtime fhr 
contract completion and shall- 
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Jentify the work unit; e.g., department or section in which the requested overtime will be used, together with oresent workload 
staffs, and other data of the affected unit sufficient to permit «e Contracting Officer to tJ^S^tS^S^ 
- ^ ' 

(2) Demonstrate the effect that denial of the request will have on the contract delivery or performance schedule; 

(4) Provide reasons why the requircd work cannot be performed by using multishift operations or by employing additional personnel. 

1.3 52.227-23 RIGHTS TO PROPOSAL DATA (TECHNICAL) JUNE 1987 

accept for data contained on pages _(None) w *]»agreed that as .condition of award of this contract and nolwhhstaadhui 

the conditions of any notice appearing thereon, the Go verijrhent shall have unlimited rights (as defined in the "Wants in 
General" clause contained in this contract) in and to the technical data contained m fce proposal dated ^one?7^ ^oon 
which mis contract is based. 1 » ^yvu 



52.232-16 PROGRESS PAYMENTS ' APRIL 2003 

The povwiment will make progress payments to the Contractor when requested as work progresses, but not rwwc tWendvtnan 
monthly, in amounts of $2,500 or more approved by the (timing Officer, under the foEIwr^ow: 

(a) Computation of amounts. (I) Unless the Contractor requests a smaller amount, the Government will compute each sroamn 
payment as 80 percent of the Connor's total costs Incurred under this contract whether or not actually paXplus firticfaHavment* 
to subconwetors (see paragraph (J) of this clause), teas the sum of all previous progress paymeofamade ^Gavecu^anA^S 
contract The Contracting Officer will consider cost of money that would be allowable under PAR 3 1.205-10 as an incurred ecatJbr 
progress payment purposes. 

(2) Tim amonnrof finirKing and other payments for supplies and Merit** purchased directly for the contract are limited to the 
(hat have been paid by cash, check, or other forms of payment, or that are determined due and will be paid to 



(i) In accordance with the terms and conditions of i lubcon^act or invoice; and 

■ ■ ■ . ■ . .... _ ....„ • 

(ii) Ofdituuiry wrmin 30 days of the submission of the Concert payment request to the Government 
O) The Government will exclude accrued costo of Contract 

(i) The Contracrw's practice is to make contributions to the retirement fond quarterly or more frequently; md 

fji) The contribution does not remain unpaid 30 days after the end of the apphcabb quarter or shorter payment period (any 
contriution remaining unpaid shall be excluded from the Cwtractort total costs for progress payments tinti! paid). 

• Hie Contractor shall not include the following in total costs for progress payment purposes in paragraph fy(|) of this clause: 

©Costa that are not reasonable, allocable to this contract, and consistent with sound end generally accepted accounting principles and 
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osu incurred by subcontractors or suppliers. 

(iii) Costs ordinarily capitalized and subject to depreciation or anrortiatton except for the property depreciated or amortized port km of 
such costs- 

(iv) Payments made or amounts payable to subcontractors or suppliers, except for~ 

(A) Completed work, including partial deliveries, to which the Contractor has acquired title; and 

(B) Wort under cost-reimbursement or time-and-material subcontracts to which the Contractor has acquired tide. 

(5) The amount of unliquidated progress payments may exceed neither fj) the progress payments made against incomplete work 
(including allowable unliquidated progress payments to subcontractors) nor (ii) the value, for progress payment jpmposesTof the 
incomplete work. Incomplete work shall be considered to be the supplies and services required by tins contract, for which delivery and 
invoking by the Contractor and acceptance by the Government are incomplete. 

(6) The total amount of progress payments shall not exceed 80 percent of die total contract price. 

(7) If a progress payment or the unliquidated progress payments exceed the amounts permitted by subparagraphs (a)(4) or (aV5) 
above, the Contractor shall repay the amount of such excess to die Government on demand .'. T ' ■ 

S? K ^^^L*^^° r ^ ,S ° f C T aCt ' ^ V™**** «««« n« to wquest progress payments in ^amounts of less 
than $2,500. The Contracting Officer may make exceptions. ~ 

(b) Liquidation. Except as provided in the Termination for Convenience of the Government clause, all progress payments shall be 
liquidated by deducting from any payment under this contract, other than advance or progress payments, the uniimiidatod progress 

••meats, or 80 percent of the amount invoiced, whichever is less. The Contractor shall repay to the Government any anKxmto 
ired by a retroactive price roracdort, after comrrn^ 
^ .jstmg the urdicjiidated progress paymetits accordingly. The Government reserves the right to unilaterally change from the orcUnary 
liquidation rate to an alternate rate when deemed appropriate for proper contract financing, 

(c) Reduction or suspension. The Contracting Officer may reduce or suspend progress payments, increase the rate of Ikwidtttkn. or ' 
take a combination of these actions, afler finding on substantial evidence any of the following conditions: 

0 ) The Contractor tailed to comply with any material requirement of this contract (which includes paragraphs (f) and (g) below). 

(2) Performance of this contract b endangered by the Contractor's- 

." ■ • • * 

(1) Future to nuke progress; or 

(ii) Unsatisfactory financial condition. 

(3) Inventory allocated to this contract substantially exceeds reasonable retirements. 

(4) The Contractor is cWinquent fn payment of the ct^ ^performing this contract in toe cspmary cwase of business. 
<5)TheimJiqtodatedr*c«reM 

(6) The Contractor is realizing less profit than that reflected in the establishment of any alternate IiquidsUioc rate in paragraph (b) 
above, and that rate Is less too the progress payment rate statedm subparagraph (a)0) above. . 

(d) Tide. (1) Title to rhe rxorwrty Ascribed in this paragraph (d) shall vert m the Comment Vesfitare shall be immediately upon tbe 
•e of mis contract, for property ec^iired or produced before mat date. Otherwise, vestiture shall occur when the property .is or 

aid have been allocable or properly chargeable to this contract. 

(2) -Property." as used in this clause, includes an of the below-described hems acquired or produced by the extractor that are or 
should be allocable or properly chargeable to this contract under sound and generally accepted accounting principles and practices. 
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• uts, materials, inventories, and woric in process; ■ 
(ii) Special tooting and special test equipment to which the Government is to acquire title under any other clause of this contract; 

Oii) Nondurable (ie. ( noncapital) tooh, jigs, dies, ffrtores, molds, patterns, Japs, gauges, test equipment, and other similar 
manufacturing aids, title to which would not be obtained as special tooling under subparagraph (ii) above; and 

(iv) Drawings and technical data, to the extent the Contractor or subcontractors are required to deliver them to the Government bv 
other clauses of this contract * 

(3) Although tide to property is in the Government under mis clause, other applicable clauses of this contract; e*. the termination or 
special tooling clauses, shall determine the handling and disposition of the property. 

(4) The Contractor may jell any scrap resulting from production under this contract without requesting the Comractine Officer's 
approval, but the proceeds shall be credited against the costs of r^rfbrmance. 

(5> To aec^ire for is twni^m dispose of ptop^ the Contractor must 

obtain the Contracting Officer's advance approval of the action and me terms. The Contractor shall (i) exclude the allocable costs of 
the property ftoin the costs of contract performance, and (ii) repay to the Government any amount of unliquidated progress payments 
allocable to the property. Repayment may be by cash or crairtttemormdum. ^\ payroena 

(6) When the Contractor completes all of the obligations under this contract, including liquidation of all progress payments, tide shell 
vest m the Contractor for all property (or the proceeds thereof) nov- . w ^ ^ 

(0 Delivered to, and accepted by, the Government under this contract; or 

f ; »> incorporated in supplies delivered to, and accepted by, me Government under mis contract and to which tide is vested in the 
— : under this clause. 



(7) The termsof this contract concerning liability for Government-furnished property shall not apply to proDertv to which the 
Government acquired title sotely under this clause.. p ^ 

(e) Rule of loss. Before delivery to and acceptance by the Government, me Omtractor shall bearlne risk rflom for Mor«ty the title 
to which veatem toe Governm^ 

staU repay tteOoverranoU an amc^eq^ 

damaged, lost, stolen, or destroyed. . " 

(f) Control of costs and property. The Contractor shall maintain an accounting system and controls adequate for the proper 
administration of this clause. . r-^K- 

(g) Reports «nd access to records. The Qmtractor shall promptly furnish reports, certificates, financial statements, and other pertinent 
mforroation reasonably requested by toe Contracting Officer fa- the admnustration of mis clause. Also, toe Contractor shall give the 
Government reasonable opportunity to examine and verify toe Contractor's books, records, and i 



(h) Special tenna regarding defanJL ^ 

the Government the amount of unliquidated progress payments aad (ti) tide shall vest in the Contractor, on full liquidation of Droeress 
pavmerns,foraUr*c*»^tc*v^ 

liable for no payment except as provided by the Default clause. \ 
(0 Reservations of rights. (1) No payment or vesting of title under tint clause shaB- 

(i) Excuse the Contractor from performance of obligations under this contract; or 

Constitute a waiver of any of the rights or remedies of toe parties under tlw connect 
(2) The Government's rights and remedies under this clause- 

(0 Shall not be exclusive but rather shall be in addition to any other rights and remedies provided by law or this contract; and 
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Jfaall not be affected by delayed, partial, or omitted exerciser* any right, remedy, power, or privilege, nor shall such exercise or 
ESS«^ ^ » «brf» under this clause or .he ^ of anVooWri^ povrer!* ^ of 

0) Financing payments to subcontractors. The financing payments to subcontractors mentioned in paragraphs (8*1) and f»Y21of thk 
clause shall be all financing payments to subcontractors or divisions, if the following conditions aretnet 

CI) The amounts included are lHnitedto-- 

(i) The unliquidated remainder of financing payments made; phis 

(ii) Any unpaid subcontractor requests for financing payments. 

?2P C *»«"« v ^ " «Pected «? involve a minimum of eimroximately 6 months between the beginning of 

work and the first delivery; or, if the subcontractor is a small business concern, 4 months. - «*uu»n* ui 



(3) If the financing payments are in the form of progress payments, the terms of the subcontract or mterdivisiooal order concembe 
progress payments"- 

(i)Are substantially simUar totbe tenr»of fcisc^ that is a large business concern or this clause with ha 

Alternate I for any subcontractor that is a small business 

(il) Are at least asftvorable mthe Government as the terms of this clause;. 

'•• ' •". ' - • 

(iii) Are not more favorable to the subcontractor or division than the terms of mis clause ere to the Contractor, 

Are in conformance with the requirements of FAR 32.304(e); and 

MSubwdmateallsarjcontra^ 

Government'* right to require delivery of the property to the Government if- 

(A) The Contractor defaults; or , 1 

(8) The subcontractor becomes bankrupt or insolvent ■■-+ 



(4> If the financing payments are in the form of r*rfrmun»4>as«i payments, the terms of the subcontract or iotermviiiorkTorder 
concerning payments— • 

%£Z^^:^^ B ^ PW * ^ * FAR 52232 ~ 22 defuthton of. 

(it) Are in conformance with the requirements of FAR 32.504(f); and 

(Bp Subordinate all subcontractor rights coocenmig property to which the Government has title imto me subcontract to thit 
Govemroe«*j right to require delivery of the property to the Government if- ■= • 

(A) The Contractor defaults; or 

> 

(B) The subcontractor becomes bankrupt or insolvent. 

(5)IfthefiMr^iMVTrrentsarem 
ier concerning payments- 

v .> Are constructed in «*caidancewtm FAR 32J206Xc) arid 

definition and standards tor acquisition of commercial items in FAR Parts 2 and 12; WUBHClv,aJ *<™ P™* mar meets the 
(ii) Are in conformance with the requircmenCs of PAR 32.504(g); and 
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" Subordinate all subcontractor rights concerning property to v*kh the Government bag title under the subcontract to the 
Government's right to require delivery of the property to the Government if- 

(A) The Contractor defaults; or . , 

(B) The subcontractor becomes bankrupt or insolvent. ■ ■ 

(6) If financing is in the form of progress payments, the progress payment rate in the subcontract is the customary rate used by the 
contracting agency, depending dn whether the subcontractor is or is not a small business concern. 

4 

(7) Concerning any proceeds received by the Government for property to which title has vested in the Government under the 
subcontract terms, the parties agree that the proceeds shall be applied to reducing any unliquidated financing payments bv the 

. Government to the Contractor under this contract. 1 r • 

(8) if no unliquidated financing paymemts to (he Contractor remain, but there are unliquidated financing payments that the Contractor 
has made to any subcontractor, the Contractor shall be sula^tcd to all the rigto the Croverer 

iequu«dbythisch»*tobeinaay«^ ™ 

(9) To facilitate small business participation in subcontracting under this contract, the Contactor shall provide financing payments to 
small business concerns, hi conformity with the standards fir customary contract financing payments stated in FAR 32 1 13 The 
Contractor shall not consider the need for such financing payments as a handicap or adverse factor in the award of subcontracts. 

(k> Limitations on undefinitized contract actions. Notwithstanding any other progress payment provisions in this contract progress 
payments may not exceed 80 percent of costs incurred on wo* accomplished under undefinitized contract actions. A "conn^action" 
ts any action resulting in a contract, as defined in Subpart 2.1 . including contract modifications for additional supplies or services but 
♦ mchidmg contract «»xfiticatk>ns dutt s» wh 
ed pursuant to the Oumges clause, wfuixh^ 
.mputedteaomitiance with paragraph (a^ofthis clause, and shall remain in effect until the contract action is definitmed. Costs 
^"^jS^f^ * ** ltait * tkm ^ S * 8rcgated °° <>»^P^ P*>»«tf requests and tawices-from titose- 

cfaase, progress payments for undefotitiaed contract actions shall be liquidated at 80 percent of the amount tavotoed loV work 
performed under the undefinitized contract action as long as the contract action remains unaefinitizod. The amount of uoJtouidated 
progress payments for urxlefini tod contract actions shall not exceed 80 percent of the maximum liability of die Gcvernmlrtt^mder 
Je^n^tined contrart actk^ 

(I) Due date. The designated payment office will make progress payments on the 30th day after the designated billing office receives 
a proper progress payment requedt In the event that the Government requires an audit or other review of a specific progress oevment 
requr^ to ensure complian ce vrithte 

payment by the specified true date. Progress payments are considered contract financing and are not subject to the interest penalty 
provisions of the Prompt Payment Act 



(m) Progress payments under tndefinite^eltvery contracts. The Contractor shall account for and submit prozreis payment requests 
under indryrdualecoera as tf^ 



15 1 52.232-16 PROGRESS PAYMENTS (APR 2003) - ALTERNATE I MARCH 
ALTl 2000 



Tbe Ooveromem- wffl niafa jj^^ 
.tithfy, m amounts of $2^00 or more approved by the Contracting Officer, ander the following conditions: 

(a) Computation of amounts. (I) Unless the Omtractor. requests a smaller amount, the Government will wmpute each progress 
payment as 85 percent of the Comractcrt total incure 

to subcontractors (sec paragraph 0) of this clause), less the sum of all previous progress payments made by the Government under this 
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.; act The Contracting Officer will consider cost of money flat would be allowable under FAR 3 1 .205- 10 as an incurred cost for ' 
; ^resa payment purposes. 

(2) The amount of financing and other payments for supplies and services purchased directly for the contract are limited to tbe 
amount* that have been paid by cash, check, or other forms of payment, or that are determined duo and will be paid to subcontractors- 1 

. * * »' 

(i) Iri accordance with the terms and conditions of a subcontract or invoice; and 

(ii) Ordinarily within 30 days of the submission of the Contractor's payment request to the Government 

<3) The Government will exclude accrued costs of Contractor contributions under employee pension plans until actually paid unfesx- 

(i) The Contractor's practice is to make contributions to die retirement And quarterly or more frequently; and 

(ii) The contribution does not remain unpaid 30 days after the end of the applicable quarter or shorter payment period (any 
contribution remaining unpaid shall be excluded from the Contractor's total costs for progress payments until paid). 

(4) The Contractor shall not include tbe fdkwingm total costs for pro 

(0 Costs that are not reasonable, allocable b) this contract, and consistent with sound and generally accepted accounting principles and 
GO Costs incurred by subcontractors or suppliers. 

luch^S ^^"^^ C * pittHMd Md wbJect 10 de P rccMon OT amortization except for the properly depreciated or amortized portion of 

Payments made or amounts payable to subcontractors or supptiere, except for- 

(A) Completed work, including partial deliveries, to which the Contractor has squired title; and 

(B) Worlc under cost-reimbursement or time-and-material subcontracts to which the Contractor has acquired title, 

(5) The amount of .misdated progress payments may exceed neither (0 the progress payments made against incomplete work 
(Including, allowable unlioiridated progress payments to subcontractors) nor <tf) the value, for progress payment mrocHes. of the • 
incomplete wort bicornpiete work shall be considered to be the supplies and services reouurd by this contract, for which* dehW and 
invoicing by the Contractor and acceptance. by the Government are incomplete. .- ™ 

(6) The total amount of progress payments shall not exceed 85 percent of the total contract price. 

(7) If a progress payment or the unliquidated progress payments exceed the amounts permitted by subparagraphs (aV4) or fmYSk 
above, the Contractor shall repay me amomstofsueh excess to the Gpvettmremw • 

than $2,500. The Contracting Officer may make exception. 1 1 . ■. 

(b) Liquidation. Except as provided in the Temjinatkn for CwvenieDCe of tbe (3ovenimem clause, all FO»reMPW«cte shall be 

liquidated by drxluctingtremar^ 

payments, or «5perwt of fteanKwrHirn^ic^ 

requited by tratroactive price 

adjusting the unhqukbttdprogn^ 

Iiquidatitm rate to an alternate ram when d 

I R**«tioR or suspension. The Contracting Officer may reduce of suspend progress payments, increase the rate oflkaridarion or 
• ok. a combination of these actions, after finding on substantial evWence^y rfX fotfo^cofld^: tt * na * a <». <" 

( I) The Contractor failed to comply with any material requirement of this contract (which includes paragraphs (0 and (g) below). 
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aformancc of this contract is endangered by the Contractor's--. 

• ■ .- 

(fj Failure to rriake progress; or 

00 Unsatisfactory financial condition. 

(3) Inventory allocated to this contract substantially exceeds reasonable requirements. 

(4) The Contractor is delinquent in payment of the coats of performing this contract in the ordinary course of busmen. 

(5) The unliquidated progress payments exceed the &ir value of the work accomplished on the undelivered portion of this contract 

(6) The Contractor b realizing less profit than that reflected in the establishment of any alternate liquidation rate to parasnoh Cb) 
above, and that rato is less than the progress payment rate stated in subparagraph (*X I) above. i~- e>«t»\ i 

(d) Title. (1) Title to the property described urtbis paragraph (d) shall vest k the Government Vestrture shall be immediately upon (be 
date of this contract, for property acquired or produced before mat date. Otherwise, vesthure shall occur when the mopertv is a 
should have oeen ; aJl<x^e or properly chargeable to this contract jwpwyisor 

(2) "J^operty," as used in this clause, includes all of the below-described hems acquired or produced by the Ccctractor that are or 
should be allocable or rn^n^ chargeable to this contract aider sound and generally accepted accounting principles and prices. 

0) Parts, materials, inventories, and work in process; 

(ii) Special tooling and special test equipment to which the Government is to acquire title under any other clause of this contract; 

• 0 Norrfurable (i.e., wmaptad) tools, jigs, dks, fixtures, molds, patterns, taps, gauges, test equipment, and other similar 
ufacturtng aids, title to which would not be obtained as special tooling under subparagraph (ii) above; and 

(iv) Drawings and technical data, to the extent the Contractor or subwntractors are recpired to deliver Ihem to the Oovernment bv 
other clauses of this contract, 

O) Although title to property is In the Government under this clans*, other applicable clauses of this ctmtract; eg., the termination or 
special tooling clauses, shall determine the handling and disposition of the property. 

(4) The Contractor may sett any scrap resulting from production under this contract without requesting the Contractine Officer"* 
approval, but the proceeds shall be credited against the costs of performance. 

(5) To acquire for Mr own use or dispose of piope^ » which tide b vested m to 

obtain the Contracting Officer's advance approval of the action and the terms. The Contractor shall (0 exclude the allocable costs of 
«» property from the costs of contract performance, and (ii) repay to the Govennnent any amount of unliquidated proms navments 
allocable to the property. Repryrnent may be by cash or credit mernorsndum. 



(i) Delivered to. and accepted by. theGovernrnent under this contract; or 
(tytacCTporatedmsup^ 

Government under this clause. ^ 

(7) The terms of this oontraet concerning liability for fovenrmeot-femisfaed property shall not apply to property to which (be 
~*weroment acquired title soteiy under this clause. 

^ Risk of toss. Before delivery to and acceptance by the Ooverrrment, the Coritntctorsbalibear the risk of toss for twperty the tide 
to which vests in the Government under thbdaase, except to 1to 

shall repay the Government an amount equal to the unliquidated progress payments that are based on costs allocable tomoperty that u 
damaged, lost, stolen, or destroyed. i—r-v 
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adm^^^ C 0 Tto 1 cS <5lty 77,6 Con<ractor staU * MimaiB M ««««rt«g sy«em and controls adequate for the proper 

SS!2T W ^ L e t mrac,or . sh ^ jf™**** reports, certify, financial statements, and other pertinent 

^formation reasonably requested by the Contracting Officer for tbe adrowistralron of this clause. Also, the Contractor shall £vMh7 
Government Tttsooable oppatwty to examine and verify the Contractors books, records, end accounts. 

^^^^^^ff^r ,f i^ t " Ct fa ^^^theDe&ult clause. (0 the. Contractor shall, on demand, repay to 
the Oovtnmwa the amount of ^netted progr*» payments and (ii) title shall vest in the Contract, on foU Wk^of rXL 
payr* n ts,lc T allp rtW fbr^ 

liable for no payment except as provided by the Default plause. ^wwmi sow oe 

(i) Reservations of rights. (1) No payment or vesting erf title unc** this clause shall- 

(1) Excuse the Contractor from performance of obligations under this contract; or 

(it) Constitute a Waiver of any of the rights or remedies of the parties under the contract. 

(2) The Government's rights and remedies under this clause- 

(i) Shall rot be exclusive but rather shall be hr addition to any other rights and remedies provided by law or thij.t^tract;.*nd 

(ii) Shall no: be affected by delayed, jpan^ waaitted exercise of any right,remedy, power, or privilege, aor shall such exercise or 

nianc^ payments to subcontractors. The financing payments to subcontractors mentioned in paragraphs (aVl) and (ilQW ttk 
..-use shall be all financing paymenti to subcontractors or divisions, if the following conditions aremet^ WW*** 

(I) The amounts included are limited to- 

(0 The unliquidated remainder of financing payments made; phis 

(ii) Any unpaid subcontractor requests for financing payments. -.■ •'. 

^ e ^^H!^ 7 ^^jT 1 orter * cxpccted to involve B m5nijnum ° f ^oxhnateVy 6 months between the b«dnninji of 
work »d the first delivery; or, if the subcemtractor is a small business concern, 4 months. w-onwroinerjeginnjngcT 

P^c^p^ry^U- PaymentS ** fa tbefe ™ 0fpr0 * rCSS P Wtt, the terns of the subcontract or InterdJvisional order concenuhg 



fri) Are at least as favorable to the Government as the ttrms of this chuiae; 

(Ui) Are not more favorable to the subcontractor or division than the terms of this clause are to the Contractor;. 

(iv) Are in conformance with the.rapjrmnente of FAR 32.504(e): and 

(y)Sukmiiri^aJ}reb^ 

. >vehanenf s right to require delivery of the property to the Oovenunem If- ' ' 

V») The Contractor defiuths,- or 

(B) The subcontractor becomes bankrupt or insolvent 
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. . f the financing payments an in the form of perfonnaaceWd piryments, the tenns of the subcontract or faterdivisional order 
<ernmg payments- 

(U) Are in conformance with the requirements of F AR 32.504(0; and 

XiA) Subordinate^ subcontrsctor rights concemmg property to which the Government has title under the subcontract to the 
Governments right to require delivery of the property to the Government if-- 

(A) The Contractor defaults; or ' 

(B) The subcontractor becomes bankrupt or insolvent, 

(5) tf the financing payments are in the form of commercial item financing payments, (he terms of the subcontract or imerdi visional 
order concerning payments— 1 

WJ^™**?** * » CCOTdince FAR 32206(c) and included fa a subcontract for * commercial item purchase that raeets the 
definition and standards for acquisition of commercial items in FAR Parts 2 and 12; 

(ii) Are in conformance with the requirements of PAR 32.504(g); and 

SS^^Jt5l^!S rightsconcerniog property to which the Government has title under the subcontract to the 
Oovcrnmenrj right to require delivery of the property to the Government if~ 

' * 1 The Contractor defaults; or 

the subcontractor becomes bankrupt ot insolvent 

^^^^^Z^ {pt !IT P T m ^ C ""T* 5 * * cwtumary rate used by the 

contracting agency, depending on whether the subcontractor is or is not a small business concern. 

(7) Omeernimj any jwoeeeds re<es^ 

subtract terrro, mejJarties agree that the proceeds shall be applied to reducing any unliquidated fniaacfag payments by 
Oovemment to the Contractor under this contract ■ VJ u» 

(8) If no unliquidated financing payments to the Contractor remain, but there are unliquidated ffaawfag payments that the Contractor 

{9) T °^ Vmt ^ busiB «« iWtWpalion in subcontracting under.this consract, the Contractor shall provide financing payments to 
SfrullbwtoessctmcenB,mconto 

extractor shall pot consider the need for such financing r*yrnents as a handicap or»W factor ih.me award ofLbccarttU* 

ft) UBiitatiom c« undefin^ 

payments may ix)t exceed 80 r«rcart of co^ 

uarry action resulting m a ctmtr^ 

n«mcfaduigc*mtractmodiffa^ 

Ssued |»tirsiiant m {he Chatty 

computed fa accordamsev^ parage 

^^ 9 ^. p ^ m * 10 ^ H""*** 00 sha11 be segregated on Contractor progress payment requests and invoices from those 
"«ts eligible for higher progress payment rates. For purposes of progress rayment litniidatfon, as described fa paragraph ft) ofthia 
. • w»prugresspayme*itsforun^^ 

. .brmed under the undefinirfaed contract action is long as the contract action remains imdeffakized. The amount of unliquidated 
progress payments for undefmitind contract actions shall not exceed 80 percent of the nmirnum liability of meGoverTHnentunder 
the undefmitized contract action or such lower limit specified elsewhere in the contract Separate limits may be specified for seoarate 
actions. 
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payment office will make progress payments on the 30th day after the designated bUling office receives a 
I^EST P8ym T reqU fll th l!! ent T ^a*™* «m »ud« or other review of a ^ific p^^eT 

payment bythe specified due date. Progress payments are considered contract foancing and are not subject to th7£^r*nahY 
provisions of the Prompt Payment Act ■ 

(l 2 ^^'T^ ^ indefmite - deliv< *y contracts. The Contractor shall account for and submit progress payment 'requests 
under individual orders as if the order constituted a separate contract, unless otherwise specified in this J^^^ vman ^ m>a 

(End of clause) 

1.6 52.232-19 AVAILABILITY OF FUNDS FOR THE NEXT FISCAL YEAR APRIL 1984 

Funds are not presently available for performance under this contract beyond September 30, 2005 . The Government's oblteation for 
performance of this contract beyond that date is contingent upon the availability of appropriated funds from which tmrnattoT.- 
contract purposes can be made. No legal liability on the part of the Government for any payment may arise for perfonnance under this 
contract beyond September 30, 2005, until funds arc made available to me Contracting Officer tcr^fyZ^^^Z^ 
Contractor receives notice of availability, to be confirmed in writing by the Contracting Officer. ' 

1.7 52.232-35 DESIGNATION OF OFFICE FOR GOVERNMENT RECEIPT OF MAY 1999 

ELECTRONIC FUNDS TRANSFER INFORMATION 

(a) As provided in paragraph (b) of the clause at 52.232-34, Payment by Electronic Funds Transfer-Other than Central 
Contractor Registration, the Covemment has designated the office cited in paragraphic) of this clause as the office to 
receive the Contractor's electronic foods transfer (EFT) information, in lieu of the payment offo* of this contract ' 

f>)TheCon»ctor ahafl send all EFT information, and any changes to EFT information to the office designated u paraaanh fci of 
th* clause. The extractor shall not send EFT information to me payment office, or any other office than(^slo«^oaia^ 
(c). The Government need not use any EFT information sent to any office other than that designated in paragraph (c). • 

(c) Designated. Office: . 

Name; 

_U.S. Department of State 
Payments Division . - 

Interface Control Branch ■ .".*.'" 

Mailing Address; 

P.O. Box 94*7, Rossfyn Station ' 

Rosslyn, VA 22219 

Telephone Number 

,703-875-595 3 F AX: 703-875-6866 

"^Ton to Contact 
JellWanza 

« * - 

Electronic Address: 
n^end^liims^l5wpa.u^state.go| V" 3 " 
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a 52.243-07 NOTIFICATION OF CHANGES . APRIL 1984 

(a) Definitions. 'Contracting Officer" as used ia this clause, does dm include any representative of the Contracting Officer. 
"Specifically authorized representative (SAR)," as used in this clause, means any person the Contracting Officer has so desianated hv 

Contractor shall notify the Administrative Contacting Officer in writing, within J? caS^ fix^Sfl^^ 
change to the contract terms and conditions. On the basis of the most accurate information available to the Contractor, the notice shall 

(1) The date, nature, and circumstances of me contact regarded a* a change; . 

f^^TcoS <1^, * °° Vemn * nt and C™*™** official or employee involved m or knowledgeable 

(3) The identification of any documents and the substance of any oral communication involved in such conduct; 
'4> In the instance of alleged acceleration of scheduled peitonnance or delivery, the basis upon whkh it arose; 
._T^eparti«larelOTenta of ccrm*:tperfc*manee for which the Contractor may seek an equitable adjustment under this clause, 

(0 What contract line hems have been or may be affected by the alleged change; 

(ii) What labor or materials or both have been or may be added, deleted, or wasted by the alleged change; 

(HO^fcee^tp^ctf^ 

performance have been or may be caused by the alleged change; 

(iv) What adjustments to contract price, delivery schedule, and other provisions affected by the alleged change are estimated; and 
WTleCon^^ 

(c) Continued performance. Following submission of the notice required by (b) above, the Contractor shall diligently continue 
performance of thu contract to the maximum extent possible in accordance with its terns and conditions as coittrued bv the 

m^^IlS^^l^^^^^ 00 *!*" * » communication from aSAR of the Onrracting Officer 

m either of which events the Contractor shall continue performance; provided, however, that if the Contractor re^fced^tion^' 

cotnrnunmmoa-as a change as described in (b) above, notice shalf be given in the maimer provided ^IlteicS^Sam^L 

««etpt«at»ns^tde««^ 

Ccattaetmg Officer. TheCorrtractirujOtBcer^ 

(d) Government response. The (^tractingOt^^ shall prom^ 
r-^fawriting. In responding, the Omrractiog Officer shall either- 

Confirm that tteamo^ of wb^ 
fonnance; 



(2) Countermand any communication regarded as a change; 
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• Deny that the conduct of which the Contractor gave notice constitutes a change and when necessary direct the modeof further 
jjerformance; or 

(4) In the event the Contractor's notice information is inadequate to make a decision under subparagraphs (Ml) (2) or (2) above 
advise the Contractor what additional information is required, and establish the date by whkh.it should be fan&d and fi date 
laereafter by which the Government will respond. - wiumBacuarumeaate 

(e) Equitable adjustments. (1) If the Contracting Officer corifirntt that Government conduct effectedn change as alleged by the 
Contractor, and flic conduct causes an increase or decrease in the Contractor's cost of, or the.time required for, peteance of any part 
ofthe work under this contract, whether changed or not changed by such conduct, an equitable adjusting shJlhe made- 



(i) In the contract price or delivery schedule or both; and 

(ii) In such other provisions of the contract as may be affected. 

C2) The contract shall be modified in writing accordingly. In me case of drawings* designs wspeeificatbns which are defective and 
for which the Government is responsible, the equitable adjustment shall include the cost and time extension for delay reasonably 
incurred by the Contractor in attempting to comply with the defective drawings, designs or specifications before me Contractor 
■denied, or reasonably should have identified, such effect ..When me.cost of property madnobsolete or excess as a result of a 
change confirmed bythe Contracting Officer under mis clause is included hi the equitable adjustment, the Contracting officer shall ' 
have the right to prescribe the manner of disposition of the property. The equitable adjustment shall not include increased costs or 
time extensions for delay resulting from the Contractor failure to provide notice or to continue performance as urovided. 
respectively, in (b) and (e) above. 

IS£2lS^2??S^ ' nd " C06t "^r* ^ W to the clause, inay be appropri ate hy modified m apply to cost- 
reimbursement or incentive contracts, or to combinations thereof, 

1.9 52246-20 WARRANTY OF SERVICES MAY 2001 

W Definition. "Acceptance,- as used in this clause, means the act of an authorized representative of the Government by which the 

(b) Notwithstanding inspection and acceptance by the Clcvemmenl or any'provision concernBg the corwhisiveoess thereof, the 
Contractor warrants that all services performed under this contract win, at the time of acceptance, be free from defects ii 
wcricnwrishipaiui conform to the requirements of this contract The Detracting Officer shall give written notice of anv defect or 
rttmcotifotmaiiatom^ This notice shaUsil^ 

(1) mat the Contractor shall correct or itperfbrm any defective or noraorrforrhiag services; or 

(2) thai the Government does not require correction or reperformance. 
(«) Ifti« 'C««i^ is required 

leperrofmedbytfaeCoimact^ If tte Contractor fails or 

refuses to correct or reperform, the Contracting Officer may, by contract or otherwise, corrector replace with simitar services and - 
charge to the Contractor the cost occasioned to the Government thereby, ot malce an equitable adjustment in the contrart price. 



*0 If the' Government does not require correction wreperformaflce, the Contracting Officer shall make an eo^iitable adjustment in the 
tract price. 



LIO 217.9V FAR 52.2 1 7-9 OPTION TO EXTEND THE TERM OF THE CONTRACT NOVEMBE 
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(ACQ VARIATION) r ,999 

FAR S2.2J7-9 OPTION TO EXTEND THE TERM OF THE CONTRACT (MAR 2000) (ACQ VARIATION) (11799) 

(a) The Government may extend me term of the contract by written notices) to the Contractor within me periods) specified below. 



Option year one Expiration date of base year 

Option year two Expiration date of option year one 

Option year three Expiration date of option year two 

Option year four Expiration date of option year three. 

00 .If the Government exercises this option, the extended contract shall be considered to include this option clause. 

.(c) Tbe.total.durttion of this contract, including the exercise of wry options) under this clause, shall not exceed five yean. 

til 52.215-19 NOTIFICATION OF OWNERSHIP CHANGES OCTOBER 

. vv . - • , 997 

(a) The Contractor shall make the following notifications in writing: 

" ' •» When the Contractor becomes aware that a change in its ownership has occurred, or is certain to occur, that could result in changes 

he valuation of its capitalized assets in the accounting records, the Contractor shall notify die Aajninistrati vc Contracting Officer 
vCO) within 30 days. 

(2) The Contractor shall also notify the ACO within 30 days whenever changes to asset valuations or any other cost changes have 
occurred or are certain to.occur as a result of a change in ownership, 

(b) The Contractor shall- 

(1) 'Maintajn current, accurate, and complete inventory record* of atsetsand their costs; 

(2) Provide the ACO or designated representative ready access to the records upon request; 



(S) Ensure that all individual and grouped assets, their capitalized valuta, accumulated depreciation or amortization, and remaining 
useful lives arc identified accurately before and after each of die Contractor's ownership changes; and 

(4) Retain and continue to maintain depreciation and amortization schedules based on (he asset records maintained before each 
Contractor ownership change. ■ 



(c) The Contractor shall include the substance of this clause hi all subcontracts under mis contract mat meet the applicability 
requirement of FAR I5.408(k). • * 7 



L12 52.216-18 ORDERING OCTOBER 

1995 

. Any supplies and services to be furnished under this contract shall be ordered by issuance of delivery orders or task orders by ibe 
. .ividuals or activities designated in the Schedule. Such orders may be issued from date of contract award through contract 
expiration. 
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s All delivery orders or task orders are subject to the terms and conditions of this contract In the event of conflict between a deliveiv 
r er or task order and this contract, (he contract shall control. ^iwccn oenvcry 

(c) If niaiied, a delivery order or task order is considered -issued" when the Government deposits the order In the mail Orders may be 
rssued orally, by fecsunile, or by electronic commerce methods onfy if authorized in the Schedule. 



1.13 52.216-19 ORDER LIMITATIONS OCTOBER 

1995 



(a) Minimum order. When the Government requires supplies or services covered by this contract in an amount of less than S 100 00 
the Government is not obligated to purchase, nor is the Contractor obligated to furnish, those supplies or services under the contract 

(b) Maximum order. The Contractor is not obligated to honor 

(1) Any order for a tingle hern in excess of StOOM; 

(2) Any order for a combination of items in excess of S100M, or 

(3) A series of orders from the same ordering office within 15 days mat together call for quantities exceeding (he limitation in 
subparagraph (I) or (2) above. 

tf this is a requirements contract (Le., includes the Requirements clause at subsection S2.21M1 of me Federal Acquisition 
.guiatior, (FAR)), the Government is not'reouired to order » part of any one requirement from the Contractor if tnamouirement 
exceeds the maximum-order limitations in paragraph (b) above. ^ 

(d) Notwithstanding paragraphs (b) and (c) above, the Contractor shall honor any order exceeding the maximum order limitations in 
paragraph (b), unless tort order (or orders) is returned to the ordering office within 10 days after issuance, with written aotice stating 
the Corrector's iine*a« to s% Upon receiving this notice, the Oovemmenl miy 

acquire the supplies or services from another source. 



1.14 52.216-22 INDEFINITE QUANTITY OCTOBER 

1995 



(a) This ban hxiefinite-qujrthy contract for the supplies or services specified, and effective for the period stated, in the Schedule. 
Tneqiiar^ofampliw and services 

- - ^ i.t . * . 

(b) r>livayorperfc*raaaM ^ 
CootracttKitaUfuniabtota 

the quantity designated in the Schedule as the -maximum". The Government shall order at least the quantity of supplies or services 
designated in (he Schedule as the "minimum". 



(c) Except for any limitations on quantities in the Order Limitations clause or in the Schedule, (here is no limit on the number of 
.. *ers that may be issued. The Government may issue orders redwing delivery to multiple destinations or performance at muitrole 
itkms. 



(d) Any order issued during the effective period ofthis contract amf rmtccmplf^withm th« 

Omtractor within the time specified in the order. The contract shah govern the Contractors and Government's rights and oblimttionr 
with respect to that order to the same extent as if the order were completed (luring the contract's effective period; provided, thaTthe 
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iSotcon^ 10 ^ ***** mdV thU 0000X1 afW ex P iration ««k enter properly awarded before 



U5 . 52.216-24 UMTTATION OF GOVERNMENT LIABILITY APRIL 1984 

^ [ ^P erf<wmin 8 contract, the Contractor is not authorized tc make expenditures or incur obligations exceeding the funded 

(b) l The maximum amount for which the Government Axil be liable if this contract is terminated is amount owed the 
dollars. 



M6 52.222-42 STATEMENT OF' EQUIVALENT RATES FOR FEDERAL MAY 1989 

in compi^ce wKh the Service Contract Act of 1 965, as amended, and the regulations of the. Secretary of Labor (29 CFR Part 4), this 

^T^Si'**"* ^^SET" 6XpCCted * * *• contractions 9m!^mSS2£ 

^te to each if they were employed by the contracting agency subject to the prolans of 5 U.S.C.5341 w 5332. 

THIS STATEMENT IS FOR INFORMATION ONLY: IT IS NOT A WAGE DETERMINATION 
Employee Class Monetary Wage-Fringe Benefits 

Nope identified Bt this time, Mav be identified on » dnn w*rtr. ftak order if mpBcahle. 



1.17 52.222-49 SERVICE CONTRACT ACT - PLACE OF PERFORMANCE MAY 1989 

UNKNOWN 



(a) This cwwact is subject to toe Service Contract Act, and the place of perfbennnce was unknown when the solicitation was issued. 
In addition to places or areas identified in wage determinations, if any. attached to the solicitation, wane dotenrunano^h^a^hL, 



requested for die following; None. The Qmfracting Officer will request wage cfctem 
perfonaanceifaskedtodowmwrhmgat 

WOfferora who intend to jieribna m 

rwroested may nevertheless submit bids or proposals. How^.awagedetermlaatkioshaUbe maies^ 
resuJtant connect retrc^ve to the da^ 



52.223-09 ESTIMATE OF PERCENTAGE OF RECOVERED MATERIAL AUGUST 

ALT1 CONTENT FOR EPA-DESIGNATED PRODUCTS (AUG 2000)- • 2000 
ALTERNATE I 
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|. " Definitions. As used in this clause— 

"Postconsumer material" means a material or finished product that has served its intended use and has been discarded for disposal 
r^wy, having completed its life as a consumer item. Postconsumer material is a part of the broader category ofrecovaX 



or 



"Recovered material" means waste materials and by-products recovered or diverted from solid waste, but the term does not include 
those materials and by-products generated from, and commonly reused within, an original manufecturing process. 

US ^oS^XcT' WeCUtB ±C f0B0W5ng certificati011 «P*«*by *c Resource Conservation and Recovery Act of 1976 (42 
CERTIFICATION • 



(name of certifier), am an officer or employee responsible for the performance of this contract and hereby certify 



that tht percentage of recovered material content for EPA^designated products raet the applicable contract specifications. 



(Signature of the Officer or Empty**) 

[Typed Name of the Officer or Employee] ~ 

y 

fruiej 

I "*»« of Company. Firm, or Organization] ' 
[Date] ~~ 
(c) The Contractor, on completion of this contract, shall — 

(1> Estimate the percentage of the total recovered material used in contract performance, including, if applicable, the percentage of 
postconsumer qmi&j i&J content^ ftod 

(2) Submit this estimate to the Contracting Officer. .• 
(End of clause) 

1.19 52.223-U OZONE-DEPLETING SUBSTANCES MAY 2001. 



(1) Class !, including, but not limited to, chlorofkorocarbons, hakns, carbon tetrachloride; md methyl chloroform; or 

(2) Class n, including, but not limited to, hydrocalorofluorocarfcons. 



' .Tl» Contractor sbaU W>eJ products wh 

..tetrtretuiiredby42 U.$.C 767Ij (bX {c\ and (d) and 40 CFRPart «2, Suor^E^ foUowsT 

WARNING 
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♦ The Coaffactor shall insert the name of the substauce(i). 



1.20 . 52.232-32 PERFORMANCE-BASEI> PAYMENTS;- FEBRUAR 

Y2002 

(a) Amount of payments and limitations on payments. Subject to such other limitations and conditions as are specified in mis contract • 
parent ***** " nd ,ijDitation3 00 payments snail be specified » the contract's description of the Safer 

<b) Contractor request (or perforaance-based payment The Contractor may submit requests for payment ofperfwmante4»sed 
SZS^^SS^TSt IS ^^^"^ «<« ™»n«r acceptable to the Contracting Officer. Unless otherwise authorized 
by the Contacting Officer all perfonrumce-based payments in any period for which payment is being requested shall be incE^a 

rflT^* "^^fJ l T Wd ,mdt0talcd ' nic Contractor request shall contain the mforoSoTand^tificttion ^Sd to 
paragraphs (I) and (m) of this clause. wwk» m 

(c) Ap^^and payment ofreonesK (l)Tne Contractor shall not be entitled to payment of a request for part^man^asedoavnient 
-ior to suw^l a«ornpb^iment of the event or performance criterion for which payment is requested. The Cootractine Officer ■ 

Jt determine whether the event w performance criterion for which payment is requested has been sriccesafoUv acMnrrtoh^Tin 
• .u»rdao«s with the terms of the contnu^Tte extracting Officer may, at any time, require the Cmuractor to subS^thT 
euccesaflil performance of any event or perfonnarice criterion wtachlw 

carreer and not subject to the mttrest penalty provisiens of the Prompt PaymentAct The desigmred payment 

office is not required to provide payment if the Contracting Officer requires substantiation as provided in parwS^^S 
clause, or mquhes into the status of an event or performance criterion, or mm any of the conditions listed n7 panSnb (t) of Oh 
clause, or into the Contractor certifkatibn The payment period will not begin until the Contracting Officer approve?tne request 

(3)The approval by the Contracting Officer of a request for performance-based payment does not constitute an acccutance hv" the 
Government and does not excuse the Contractor from performance of obligations under mis contract. -■■»■"■» me 

(d) Liquidation of performance-based payments. 

XI) r^fwrr^^based fuiance amounts paid prior to payment for delivery of an item shall be Ikptidated by deducting « percentaae or 
f-^^^r^^^*^ If ^ J»i«Tnance-b^ finance payments are « , dtTive^ b3e 

hqujdamm amount for each siKtibne item shall be the percent of mat actively item price that was nreviously paid under ptfanL*. 

5as^ 



(2) ApaymemimuwthBperfonnance^^ 

contract and not subject to the faterest penalty provisions of the Prompt Payment Act The designated payment office will pay 1 
approved requests cm the 3 Oth day after receipt of the request for perforrnaDce-bascd payment However, the designated pavment • 
nice is not required to provide payment if the Contracting Officer requires strbstantiation as provided to paragnmhfJcyiV of this 
itsc or mquvesototbo statw of an event or performance criterion, or into any of the cmxhtms listed in pangrcrA (e) of tins 
.Lause, or mto the Omtractor certification. The payment period will rot begm until the (Attracting Officer ap^eTmTremicst. 
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Reduction or suspension of perfonnstx^basad payments. The Contracting Officer may reduce or suspend r^omiance-based 

.JT^ T?* P crfb ™*^ ij " od Pfy— ^ <M**on from any payment under the contract, or take a combination of these 
actions after finding upon substantial evidence any of the following conditions; ' 

clause) C ° n?raCt0r Mtd 10 C ° mply With matenai requirement of Ala contract (which includes paragraphs (h) and (i) of this 

(2) Perfonnance of this contract is endangered by the Contractor's- 

(i) failure to mate progress; or 

(ii) unsatisfactory financial condition. 

(3) The Contractor is delinquent in payment of any subcontractor or supplier under this contract in the ordinary course of business. 
(OTitk. 

(1) Title to the property described in this paragraph (f) shaU vest in the OovemmenL Vestiture shall be immediately upon the date of 
the fim perfonrunx*-*ased payment under this contract, for property acquired or produced before that date. OtherwuXUstiture shaft 
occur when the property is or should have been allocable or property chargeable to this contract ' 

(2) '^operty," as used in this clause, includes aU of the following described items acquired or produced by the Contractor that are or 
should be allocable or property chargeable to this contract under sound and generally accepted accounting itruiciples and practices: 

(i) Parts, materials, inventories, and wort: in process; 

rti) Special tooling and special test equipment to which the Government is to acquire title under any other course of As contract; 

J^^^^ffl t06IS l^ L^^J' moid } t* 06 ™- °* and other similar 

manu&cturmg aids, title to which would not be cbtaraed as special tooling under subparagraph (OtfXii) of this clause; and 

S^S^X^^ 10 ^ Cmjt 016 C <"«rac^ or subcontractors are required to deliver them to the Government by . 

(3) Although title to property is in the Government under this clause, other applicable clauses of this contract fe.p the temriiutim «V 
special tooling clauses) shall determine the handling and disposition of the property. v * auam ** at 

(4) The Contractor nay sell any scrap resulting from production under this contract, without requesting the Contracting Officer's 
approval, provided that any significam: reduction in the value of the property to which the Government has title underthis clause is . 
reported m wntmg to the Contracting Officer. 

(5) In oider to acquire for its own use or <Usj»je of property to wbicn ^ 

Owtactwmust obtain the Contracting Officer's advance approval of the action and the terms. If approved, the basis for payment (the 
erotsorDerfornuwcecritenByto 

mad not payable (if the property is part of or needed for perfbimajictO, «^ 

payments in accordance with paragraph (d) of this clause. ^^^^7 

(6) When the Comractor completes ail of the obligation* under this contract, kchkhng liquidation of all perfonr««Ke-based payments, 
ttfJesb^l vest m the CoiitnK^fe f« ""uwootow payraems, 

(0 Delivered to, and accepted by, the Government under this contract; or 

fii) Incorporated in supplies delivered to, and accepted by, the Govemment under this contract and to which title is vested in the 



(7) The terms of this contract concerning liability for Government-furnished property shall not apply to property to which the 
Government acquired title solely under this clause. 
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Risk of loss. Before delivery to and acceptance by the Government, the Contractor shall bear the risk of loss for property, the title 
riiich vests in the Government under this clause, except to the extent the Government expressly assumes the risk. If any property is 
damaged, lost, stolen, or destroyed, the basis of payment (the events or performance criteria) to which the- property is related shall be 
deemed to be not ih compliance with the terms of the contract and not payable (if the property is part of or needed for performance), 
and the Contractor shall . refund the related performance-based payments in accordance with paragraph (d) of this clause. 

(h) Records and controls. The Contractor, shall maintain records and controls adequate for axhrrinistration of this clause. Hie 
Contractor shall have no entitlement to performance-based payments Airing any time the Contractor's records or controls are 
determined by the Contracting Officer to be inadequate for administration of this clause. 

(i) Reports and Government access. The Contractor shall promptly furnish reports, certificates, financial statements, and other 
pertinent information requested by the Contracting Officer for the administration of mis clause and to determine that an event or other 
criterion prompting a financing payment has been successfully accomplished. The Contractor shall give the Government reasonable 

. opportunity to examine and verify the Contractor's records and to examine and verify the Contractors performance of this contract for 
administration of this clause. - 

(j) Special terms regarding default. If this contract is terminated under the Default clause- 

(1) the Contractor shall, oo demand, repay to the Government the amount of unliquidated performance-based payments; and 

(2) title shall vest in the Contractor, on fall liquidation of all perfonnance-based payments, for all property for which the Government 
elects not to require delivery under the Default clause of this contract The Government shall be liable for no payment except as 
provided by the Default clause. 

(k) Reservation of rights. 

O ) No payment or vesting of title under this clause shall- 

excuse the Cwi trader from performance of obligations under this contract; or 
(ii) constitute a waiver of any of the rights or remedies of the parties under the contract 
(2) The Government's rights and remedies under this clause- 

(i) shall not be exclusive, but rather shall be in addition to any other rights and remedies provided by law ot this contract; and 

(ii) shall not be affected by delayed, partial, or omitted exercise of any right, retnedy, power, or privilege, nor shall such exercise or 
any single exercise preclude or jmpair any further exercise under mis clause or the exercise of any other right, power, or privilege of 
the Government 

0) Content of Contractor's request for performance-based payment The Contractor's request for performance-based payment shall 
contain the following: 

(1) The name and address of the Contractor; 

(2) The date of the request tor perfonnanc«-based payment; 

(3) The contract number and/or other identifier of the contract or order under which the request is made; 

(4) Such information and documentation as is required by me contract's description of the basis for payment; and 

(5) ' A certification by a Contractor official authorized to bind the Contractor, as specified in paragraph (m) .of mis clause. 

» 

• ) Content of extractor's certification. As required in paragraph (0(5) of this clause, the Contractor shall make the following 
•iification in each request for performance-based payment 

I certify to the best of my knowledge and belief mat- 
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This request for performance-based payment is true and correct; this request (and attachments) has been prepared from the books 
records of the Contractor, in accordance with the contract and the instructions of the Contracting Officer 

(2) (Except as reported in writing on _)> all payments to subcontractors and suppliers under this contract-have been paid, or 

will be paid, currentiy, when due in me ordinary course of business; 

(3) There are no encumbrances (except as reported in writing on ) against the property acquired or produced for, and 

allocated or properly chargeable to, the contract which would affect or impair the Government's Utle; 

(4) There has been no materially adverse change in the financial condition of the Contractor since the submission by the Contractor to 
the Government of die most recent written information dated jl_;and 

(5) After the making of this requested performance- based payment, the. amount of all payments for each deliverable ten for which 
performance-based payments Have been requested will not exceed any limitation in the contract, and the amount of all payments under 
the contract will not exceed any limitation in the contract. 

121 52 244-06 SUBCONTRACTS FOR COMMERCIAL ITEMS DECEMBE 

R2004 

(a) Definitions. As used in this clause- 

- Commercial hem" has the meaning contained in Federal Acquisition Regulation 2. 10 1, Definitions. 

"Subcontract" includes a transfer of commercial items between divisions, subsidiaries, or affiliates of the Contractor or subcontractor 
•any tier. 

•i To the maximum extent practicable, the Contractor shall incorporate, and require its subcontractors at all tiers to incorporate, 
commercial items or nondevelopmenta! items as components of items to be supplied under this contract. 

(cX 1 ) The Contractor shall insert the following clauses in subcontracts tor commercial hems: " "* 

(0 52.219-8, Utilization of Small Business Concerns (MAY 2004) (15 U:S.C. 637(d)(2) and (3)), ^^^^J^^t!^"" 
subcontracting opportunities. If the subcontract (except subcontracts to small business concerns) exceeds $500^^K»,000 for 
construction of any public facility), the subcontractor must include 52.219-8 in lower tier subcontracts mat offer subcontracting 
oppottunities. 

(if) 52222-26, Equal Opportuniry (APR 2002) (E.0. 1 1246). 

(iii) 52222-35, Equal Opportuniry for Special Disabled Veterans, Veterans of the Vietnam Era) and Other Eligible Veterans (DEC 
2001) (38 U.S.C. 4212(a)). 

(iv) 52222-36, Affirmative Action for Workers with Disabilities (JUM 1998) (29 U.S.C.' 793). 

(v) 52222-39, Notification of Employee Rights Concerning Payment of Union Dues or Fees (DEC 2004) (E.0. 13201). (Flow down 
as requited inVccordance with paragraph (g) of FAR clause 52222-39). ■> 

(vi) 52247-64, Preference for Privately Owned U A-Flag Omunercial Vessels (APR 2003) (46 U.S.C Appx 1241 and 10 U.S.C.. 
263 J) (flow down required in accordance with paragraph (d) of FAR clause 52247-64). 

(2) While not required, the Contractor rosy flow down to subcontracts for commercial items a minimal number of additional clauses 
xeaary to satisfy tecoutractiid^ 

^ The contractor shall include the terras of this clause, including this, paragraph (d), in subcontracts awarded under this contract. 
(End of clause) 
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rl .52252-02 CLAUSES INCORPORATED BY REFERENCE FEBRUAR 

Y 1998 

This contract incorporates one or more clause by reference, with the same force and effect as if they were' given in full text Upon 
request, the Contracting Officer will make their full text available. Also, the full text of a clause may be accessed electronically at 
this/these address(es): 

~http://www.amct.goy/lar/ for FAR clauses- 
httpJi'www.statebuy.state.gov/dosarydosartoc.htm for DOSAR clauses 

1.23* 52:252-06 AUTHORIZED DEVIATIONS IN CLAUSES APRIL 1984 

(a) The use in this solicitation or contract of any Federal Acquisition Regulation (48 CFR Chapter I) clause with an authorized 
deviation is indicated by the addition of »(DBV1ATT0N)" after the date of the clause. 

O) The vise in this solicitation or contract of any JN/A. clause with an authorized deviation is Indicated by the addition or 
"(DEVIATION)" after the name of the regulation. 

124 "52.247-64 PREFERENCE FOR PRIVATELY OWNED U.S. -FLAG APRIL 2003 

COMMERCIAL VESSELS 

fa) Except as provided in paragraph (e) of this clause, the Cargo Preference Act of 1954 (46 U.S.C. Appx 1241(h)) requires that 
FcderaTTec^ents and agencies shall transport in privately owned U^-flag commercial v«^li at^k^perc^ of JtegP» 
tonnage equipment, materials, or commodities that may be transported fa ocean vessels (computed separately fordrybulk earners, 
dry catgo linersT^tankeri). Such ttwiportation shall be accomplished when any equipment, materials, or commodities, located 
within or outside the United States, that may be transported by ocean vessel are- 

(1 ) Acquired for a U.S. Government agency account; 

(2) Furnished to, or for the account of, any foreign nation without provision for reimbursement; 

(3) Furnished for me account of a foreign nation in connection with which the United States advances funds or credits, or guarantees 
the convertibility of foreign. currencies; or 

(4) Acquired wiih advance of funds, loans, or guaranties made by or on behalf of the United States. 

<M The Contractor shall use privately owned U.S.-flag commercial vessels to ship at least 50 percent of the gross tonnage involved 
under this c«mW (computed separately for dry bulk carriers, dry cargo linen, and tankers) whenc^sruppmg any equirmeaf, 
Salstwc^^ 

that are fair and reasonable for privately owned U.S.-flag commercial vessels. - 

(cXl) The Coatractor shall submit one legible copy of a rated on-board ocean bill of lading for each shipment to both 

me Contracting Officer, and 
(iOThe: 

Office of Cargo Preference 

Maritime Administration (MAR-590) . ', 
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1 Seventh Street, SW 
ihington, DC 20590. 

Subcontractor bills of lading shall be submitted through the Prime Contractor. , 

(2) The Contractor shall furnish these bill of lading copies (i) within 20 working days of the date of loading for shipments originating 
in the United States, or (ii) within 30 working days for shipments originating outside the United States. Each bill of lading copy shall 
contain the following ^formation: 

(A) Sponsoring U.S. Government agency. 

(B) Name of vessel. 

(C) Vessel flag of registry. 

(D) Date of loading. 

(E) Port of loading. 

(F) Port of fina l discharge. 

(G) Description of commodity. 

(H) Cross weight in pounds and cubic feet if available. 

0) Total ocean freight revenue in U.S. dollars. > 

The contrnctor shall insert the substance of this clause, including this paragraph (d), in all subcontracts or purchase orders under 
$ contract, except those described in paragraph (eX*)- - 

(e) The requirement in paragraph (a) does not apply to-* 

(I) Cargoes carried in vessels of the Panama Canal Commission or as required or authorized by law or treaty; 

(2) Ocean transportation between foreign countries of supplies purchased with foreign currencies made available, or derived from 
funds that are made available, under the Foreign Assistance Act of 1961 (22 U.S.C 2353); 

(3) Shipments of classified supplies when the classification prohibits the use of non-Government vessels; and 

(4) Subcontracts or purchase orders for the acquisition of commercial items unless— - 

(1) This contract is— 

(A) A contract or agreement for ocean transportation services; or 

(B) A construction contract; or 

(ii) The supplies being transported are— 

(A) Items the Contractor is reselling or distributing to the Government without adding value. (Generally, the Contractor does not add 
value to the 'items when it subcontracts items for f.o.b. destination shipment); or > 

fS) Shipped in direct support of U.S. military— 

' j Contingency operations; 

(2) Exercises; or 
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"orces deployed in connection with United Nations or North Atlantic Treaty Organization humanitarian or peacekeeping 
at io as. 

(0 Guidance regarding fair and reasonable rates for privately owned U.S.-flag commercial vessels may be obtained from the: 



Office of Costs and Rates 
Maritime Administration 
400 Seventh Street, SW ■ 
Washington, DC 20590 
■ Phone:202-366-4610. 

(End of clause) 

1.25 FILE DOSAR 652.228-74 DBA INSURANCE.DOC 

652.228-74 Defense Base Act Insurance Rates 1 Limitation - Fixed-Price (AUG 1999) (DEVIATION) 

(a) The Department of State has entered into a contract with an insurance carrier to provide DBA insurance to Department of State 
contractors at a contracted rate. The rates for this insurance are as follows: 

Services @ $3.87 per S 100 of compensation; or 

Construction @ S5.00 per $ 100 of compensation. 

. (b) Bidders/Offerers should compute die total compensation (direct salary phis differential, but excluding per diem, housing 
-"owance and other miscellaneous post allowances) to be paid to employees who will be covered by DBA insurance and the cost of 
Kvraurancem their bid/pTC*x^ 

j thereafter, if applicable. The DBA insurance cost shall be included in the total fixed price. The DBA insurance costs shall be 
reimbursed directly to the contractor. . 

(1) Compensation of Covered Employees: 

<2) Defense Base Act Insurance Costs: 

(3) Total Cost 

(c) Bidders/Offerors shall include a statement as to whether or not local nationals or third country nationals will be employed on the 
resultant contract The statement shall also indicate whether or not such local nationals or third country nationals will be provided 
workers' compensation coverage against the risk of work injury or death under a local workers' compensation law. For those 
employees of the bidder/offerer who are covered under a local workers' carq>tusation law, the bidder/offerer shall also assume 
liability toward the employees and their beneficiaries for war-hazard injury, death, capture, or detention. If any employees of the 
bidder/offerer who are local nationals or third country nationals are not covered under a local workers' compensation law. the 
bidder/oSeror shall procure Defense Base Act insurance covering those employees pursuant to the terms of the contnet between the 
Department of State and the Department's DBA insurance carrier at the rates specified above. 

(End of provision) 

1.26 FILE DOSAR 652.228-71 DBA INSURANCEDOC 



652.228-71 Woricer's Compensation Insurance (Defense Base Act) - Services (AUG 1999) (DEVIATION) 
• > This clause supplements FAR 52228-3 and FAR 52228-4. 

(b) The contractor shall procure Defense Base Act (DBA) bsurance pursuant to the terms of the contract between the Department of 
State and the Department's DBA insurance carrier unless the contractor has a DBA self-insurance program approved by the 
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artment of Labor. The contractor shall submit a copy of the Department of Labor's approval to.the contracting officer upon 
ract award. The current rate under the Department of State contract is S3.S7 per $100 of compensation for services. 



(c) The Department of State has obtained a waiver of DBA coverage for contractor, employees who are not citizens of, residents of, 
or faired in the United States? (i.c., local nationals or third country nationals). If any contractor employees are local nationals and/or 
third country nationals, the contractor shall provide such employees with worker's compensation benefits against the risk of work 
injury or death and assume liability toward the employees and their beneficiaries for war-hazard injury, death, capture, or detention as 
required by the laws of the country in which the employees are working, or by the laws of the employee's native country, whichever 
offers greater benefits. If contract performance takes place in a country' where there are no local workers' compensation laws, the 
contractor shall procure Defense Base Art insurance covering those local national and/or third country national employees pursuant to 
the contract between the Department of State and the Defense Base Act insurance broker. 

(d) Section 16 of the State Department Basic Authorities Act (22 U.S.C. 2680a), as amended, provides that the Defense Base Act 
shall not apply with respect to such contracts as the Secretary of State determines are contracts with persons employed to perform 
work for the Department of State on an intermittent basis for not more than 90 days in a calendar year. "Persons" includes individuals 
hired by companies under contract with the Department The Procurement Executive has the authority to issue the waivers for these ■ 
individuals. Fot those employees, the contractor shall provide workers' compensation coverage against the risk of work injury or 
death and assume liability toward the employees and their beneficiaries for war-hazard injury, death, capture, or detention. 

(e) The contractor agrees to insert a clause substantially the same as this one in ail subcontracts. Subcontractors shall be required to 
insert a similar clause in any of their subcontracts. 

(f) Should the rates for DBA insurance coverage increase or decrease during the performance ofthis contract, the Department shall 
modify this contract accordingly. ■ 

(g) The contractor shall demonstrate to the satisfaction of the contracting officer that the equitable adjustment as a result of the 
insurance increase or decrease does not include any reserve for such insurance. Adjustment shall not include any overhead, profit. 

' era! and administrative expenses, etc- 

(End of clause) 
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SECTION J - LIST OF DOCUMENTS, EXHIBITS AND OTHER ATTACHMENTS 
J. l SECTION SECTION J - LIST OF ATTACHMENTS 

j ' • ; 

SECTIOii J - LIST OF ATTACHMENTS ' . 

All attachments except E, F, and G are posted on FEDBIZOPPs as files separate from the solicitation. 



NO. OF 
PAGES 
ATTACHMENT A 

ATTACHMENT B 

ATTACHMENT C 

ATTACHMENT D 
ATTACHMENT E 

ATTACHMENT F 



TITLE 



Standard Form 3881, ACH Vendor/ 
Miscellaneous Payment Enrollment Form 

Disclosure of Lobbying 
Activities (SF LLL with SF LLL-A) 

DD Form 254, Department of Defense Contract 
Security Classification Specification 



DUAL CITIZENSHIP FORM 



Task Order Request for a Local Program 
Management Office to be submitted with 
Contract Proposal 

Task Order Request for a Jerusalem PSS Detail 
to be Submitted With Contract Proposal. 



DATE 



ATTACHMENT G Use of Deadly Force Policy 



12/90 
N/A 

6/18/2004 
N/A 

8/25/2004 
8/25/2004 
8/25/2004 



6 
2 

7 

13 

8 
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J 2 FILE SECTION J - ATTACHMENT E - PROGRAM MANAGEMENT. 
OFFICE TASK ORDER.DOC 

ATTACHMENT E 



1. 



TASK ORDER PROPOSAL REQUEST 
(SOLICITATION S-AQMPD-W-R-1016) 

Task Order Request Number: 2004-001 8/25/2004 
2 Task Title: Local Program Management Office (LPMO) in DC Area for the 
Worldwide Personal Protective Services (WPPS) Contract 

3. Project Office 

Overseas Protective Operations (OPO) 

Bureau of Diplomatic Security 

16*Ftoor,SA-*> 

1 801 North Lynn Street 

Rosslyn,VA 22209 

4. Contracting Officer's Representative (COR) 

Frederic M.Piry ' 
Division Chief, 

High Threat Protection, DS/IP/HTP 

5. Period of Performance 

The period of performance for this Task Order (TO) is one year with two option years. The period of 
performance for the LPMO will normally coincide with the length of the contract and/or performance on 
my operational task orders) issued to the contractor. 

6. Work to be Performed 

The mission or role of the LPMO is to provide direct coordination and support to the Contojctog|fficer 
(CO) Contracting Officer's Representative (COR) and High .Threat Protection Division (HTPD) Program 
Office on all TO-rclaled matters to ensure success of the ongoing efforts in a timely manner. Areas of 
advice/coordination/support shall encompass, but are not limited to the following: protective operations, 
protective service (PRS) training, logistics, communications, supplies, contract administration, manning 
levels, reporting, and admktistrative matters such as assisting in clearance processing for overseaa-bound 
contractor personnel to include obtaining Diplomatic and/or Official passports for contractor personnel. 
Additionally, the Contractor may be tasked to estimate staffing requirements, prepare cost catenate* 
researchTattcrs pertaining to operational TO romance requirements, and provide written reports on 
wpics which the CO, COR, and/or DSPO has requested the corrtrector to research and provide specific 



Due to operational issues and changing rapiiremcnts, situations routinely develop that neassitate tr» need 
tVmcet fectto face to diacuas sensitive matters. Therefore, tunc is of the essence and most .ssnes must be 
addressed in a relatively short time period. Failure to provide timely and efficient solutions to changing 
situations could possibly place personnel and property it a significant risk. 
This TO requires the contractor (or contractors if multiple awards) to set up as part of hs rnanagernent 
taftasttS a^S office to the Washington, D.C. area, thus enabling it to coordinated in effecting 
the required dairy interface with DS as new and revised tasks emerge. 

As a minimum, the LPMO shall maintain the same office hours as its counterpart DS program office 
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(normally 0800 -1700 hoars, Monday through Friday). Due to the operational nature of the work 
performed under the TOs, the LPMO will be manned during the normal lunch period. In view of ongoing 
overseas operations and the attendant rime change, the Program Manager (PM) shall make provision for 
after hours contact in event of an emergency. The PM or his/her designated representative shall be 
avaiWHte at all times to receive and bnpteowctt special instructions from the CO ot COR. 

Personnel working in the LPMO shall work a minimum of 40 hours per week, unless the LPMO is closed 
due to a national holiday or individual is on leave. Should a key person be absence for more that ten (10) 
consecutive workdays, the Contractor must temporarily fill the position with another qualified individual. 
The Contractor shall coordinate this action with both the CO and COR- 

The PM or his/her representative shall attend atfrogufariy scheduled meetings of the HTPD Program Office 
dealing with TO matters as well as special, unscheduled meetings as required by the COR- To the 
maximum extend practicable, HTPD Will provide the LPMO four (4) hours notice of these unscheduled 
meetings. 

Notes: 

1 In view of the extremely high threat conditions that exist in several areas of the world, the 
Department of State (DoS), Bureau of Diplomatic Security (Dsy has been tasked and continues to maintain 
several protective details, consisting of experienced/highly trained contractors, in several "trouble spots in 
the world today. 

2 Under the aegis of the WPPS contract, these protective security personnel provide for the 
personal protection and safely of U.S. Ambassadors, U.S. high-level officials, and designated foreign 
' dignitaries while conducting official business. In an extremely dangerous and unsettled environment 

Performance Objective no. i . 

As directed, the Contractor shall: 

Provide qualified personal to staff the LPMO 
^ . Provide one (1) Program Manager, one (1 ) Assistant Facility Security Officer (AFSO), and one 
(1) Administrative and Logistics Security Specialist (ALSS> 



Performance Measares 


Performance Standards 


Wtt — 


Service provided per this Task Order 


b) Timeliness 

(1) Establishment of LPMO 

(2) Prompt responses 


u/ithin 60 days of task order award 
Response within one and one-half hour of 
notice to attend meeting 



7. Special Qualifications of Personnel 
Performance objective No. 2 

The Contractor shall: 

• Provide personnel to fin the following positions . 

• Ensure that personnel meet the following qualifications 

7.1 Local Program Manager (LPM) 

The IJWpMtaonmmri task rx*W Manager labor category 

described in the contract 

b. . Manages the operation of the LPMO and is the overall manager and local local point for all 
contractor functions and personnel. 

e. Maintains close liaison with CONUS and in-country U.S. Government and contractor provided 
personnel:. 

<L eUspowtbOtties: See Section C, Appendix B, Item BA 
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e. Qualifications: See Section C, Appendix B, Item B. 1 

7.2 Asstetanl Facility Security Officer (AFSO) 

a. ; Hie AFSO position in this TO shall be the same as the Deputy Project Manager labor category 
described in the contract. 

b. The AFSO shall complete security training within one (I) year of appointment as specified in 
Chapter 3 of the National Industrial Security Program Operating Manual (NISPOM), DoD 5220.22M. 

c. Maintains direct contact with Facility .Security Officer at contractor location awarded contract 
Provide assistance to Facility Security Officer with regard to submission of WPPS personnel for . 
Department of State personnel security clearances. 

d Responsibilities: Supervises and directs security measures necessary for implementing the 
N1SPOM, DoS policies and procedures related to contract requirements and Federal requirements for 
classified information. 

e. Qualification: The AFSO shall have a minimum of three (3) years experience working m the 
security field and one (1 ) year specialized experience serving as a Facility Security Officer or AFSO. 

7.3 Administrative and Logistics Security Specialist (ALSS) 

a The ALSS position in this task order shall be the same as the Deputy Project Manager labor 
category described in the contract. 

b. Responsibilities: The ALSS: 

• Plans and carries out those duties assigned to him/her by the PM 

. Assists m the planning, development, and administration of a comprehensive administrative 
and logistics support program to serve the needs of the HTPD. This includes overseeing 
and coordinating inventory management, procurement actions, maintenance, repairs, and 
serviceability of all protective equipment, tactical equipment, and supplies for the PSS 
operations 

• Maintains active and accurate equipment records of all protective security specialists (PSS) 
. personnel assigned 

• Coordinates the shipment of contractor furnished equipment and materials with the DS 
HTPD Program Office, U.S. Embassy, and host country. DMimarting, as necessary, that 
the proper customs, procedures, and standards are adhered to 

• Maintains, in conjunction with existing operations, strict accountability of equipment, 
supplies, spare parts, etc. through a computerized file and accounting system associated 
with TOs issued under this contract 

• Prepares support documentation for all incoming and out-going personnel traveling to other 
countries in support of the contract 

• Coordinates transport with the HTPD Program Office and U.S. Embassies for all incoming 
and outgoing WPPS personnel to/from the airport and ensures housing needs are met both ; 
in-transit and in-country. Arranges and/or confirms air transport schedule, following HTPD 
Program Office and Post guidelines for various optional travel routings 

c. Qualifications: The ALSS shall: 

• Have a minimum of three (3) years experience performing administrative and togrsticaJ 
: r support duties 

• Have strong written and Interpersonal skills 

• Be proficient in Microsoft Word, Excel, Outlook, and gmeral computers skills 

• Have experience working with a wide range of rxocurcrnent logistics issues 

■ ' Have the ability to maintain strong working relationships and deal effectively with other 
personnel 

• Have ova-seas experience in administrative and logistical support issues 
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7.4 Other Support Personnel 

The Contractor may assign other support personnel to the LPMO. If the contractor is awarded a 
coruaruction TO and/or an existing TO is revised to include construction, the Contractor shall staff the 
LPMO with at least one (1) staff member for the duration of the construction project who has supervised 
construction of similar projects and/or served as construction project manager. 



Performance Measures 


' .Performance Standards 


a) Quality 


100% of positions filled with qualified 
personnel 


Note- 1 00% is the target standard. As part of the contractor performance 
assessment, the COR will take into account any extenuating circumstances that 
miaht have precluded the contractor from meeting the target standard. 



NECESSARY CONDITIONS (NC) 

NC No. 7.1: The PM must have authority to commit company resources for all actions necessary to 
perform work under all issued TOs. Contract modifications, hiring actions, and other matters hot directly 
TO-reiated may be initiated at local level, but must be approved and executed at corporate level in 
accordance with Representations, Certifications and Other Statements of Offers that were submitted with 
offer. 

8. Training 

Performance objective No. 3 

The (^ntractOT shall: 

• .. . Ensure mat the AFSO meets all training requirements as specified in Chapter 3 of the NISPOM 



Performance Measures . 


Performance Standards 


a) Oualiry .. 


Training satisfactorily completed 


b) Timeliness 


Training, completed within period allowed by 
Charter 3 of me NISPOM 



9. Security Requirements 
PERFORMANCE OBJECTIVE Nti. 4 

The Contractor shall: 

.' Possess and maintain a TOP SECRET facility security clearance issued by the Defense Security 

Service (DSS) in accordance with the NISPOM 

Ensure thai all personnel assigned to this TO are U.S. citizens 
. Ensure that the PM, AFSO, and ALSS possess SECRET or INTERIM SECRET security 

clearances issued by Department of State (DOS) and that they maintain those clearances 
- throughout their employment rn support of the LPMO 

Must have security clearances issued prior to performance on Task Older 



Performance Measures 


Performance Standards 


a) Quality 


Ail contractor personnel possess and maintain 
required security clearances 


b) Timeliness 


Training completed 60 days after TO issued. 



Notes- . .. 

1 Tha LPMO need not have its own facility clearance, as no access to clasrifi<^ intrxmatkm will, 
be required at the LPMO. All access to classified information will occur at Department of Stale locations. 
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2 The LPMO will not be authorized to store or process any classified information at its location. 
Per the contract requirements, the location to which this contract was issued must maintain a facility 
security clearance at the Top Secret level. The Facility Security Officer at that location will be responsible 
for processing personnel security clearance for personnel assigned to the LPMO. 

10. Screening of Personnel ' 
PERFORMANCE OBJECTIVE No. 5 

The contractor shall: 

• Process candidates in accordance with Section C.4.3, Appendix E, of the basic contract 
Submit resumes to the HTPD and the COR for initial screening 

Ensure that the clearance application packages consist of the forms identified in Section C, 
Appendix B 



Performance Measures 


Performance Standards 


a) Quality 


All contractor personnel screened IAW DS 
. approved contractor screening plan. 



necessary Conditions (NQ 

NC No. 10.1: The HTPD will assist the LPMO staff to obtain needed building passes for SA-20 and other 
state buildings. 

NC No. 10.2: Upon receipt of clearance application packages, the Industrial Security Division 
(DS/IS/IND) wilt assist In the security clearance process. Should a security interview be required for any 
nominee, the Contractor shall make its personnel available. 

11. Key Personnel 

All personnel assigned to this TO are considered key personnel. 
Performance objective No. 6 

The Contractor shall '. j 

• Comprywith Section H.din respect to key personnel 

Submit resumes for all individuals nominated 
. that resumes include Social Security Numbers (SSN), place of birth (PoB), date ofbirth 

(DoB), and clearance status . 

Provide names, position title, and clearance information of personnel to be assigned in the space 

below 

NAME POSITION TITLE CLEARANCE INFO 



Performance Measures _ 


Performance Standards . 


a) Retention of personnel 


100% retention of key personnel throughout 
entire TO effort 


Note: The COR will take into account any extenuating circumstances mat 
mieht have precluded the contractor from meeting me target standard. 



12. Government Furnished Equipment (GFE) 
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Performance Objective No. 8 





The Contractor shall: 

■ • ' Locate tbeLPMO with a 50-miie radius of Washingtoii; D^., so that ft b acassftle to SA-20 
(see paragraph 3, above, for the address) in no more than one and one-half (1 54) hour. This is 
necessary to facilitate fece-to-face meetings and discussions of sensitive matters between the 
contractor and the Government 

• : Obtain a facility not exceed 1,200 square feet unless authorized by the CO 

Provide standard office furniture such as desks, chain, and storage cabinets 
» Provide minimum equipment requirements, i.e., telephone, fax, photocopier, persona! 

computers, and file cabinets • 
. Ensure that LPMO personnel have the ability to travel by vehicle and/cf pubUc transportation to 

the Department of State facilities in the Washington, D.C., area within » relatively short time 

• Ensure that LPMO personnel have the ability to travel to training sites and other locations 
outside the Washington, EhC, area as necessitated by daily operations 

14. Task-Order Management Plans, Technical and Cost Proposals 
PERFORMANCE OBJECTIVE NO. 9 

The Contractor shall: 

■ Submit a Task Order Management Plan (TOMP), and technical and cost proposal with the 

"" contract proposal 

Price the following cost reimbursable items as accurately as accurately as possible 

• Defense Base Act (DBA) insurance 
Travel 

• Housing 

• Equipment 

• Daily subsistence 



Performance Measures 


' Performance Standards 


a) Quality 


TOMP addresses all requirements of Section 
C.4.3.8.4 of the contract 


b) Timeliness 


TOMP received with the contract proposal 



Necessary conditions (NC> 

NC No 14.1: The contractor is reminded that this is a request for proposal (RfP)i it* «»t a TO nor 
authorize performance or expenditure of funds. 

15. Special riSewssary Conditions 
N/A - > . - 

16. ' Deliverables 

a. Clearance application packages as specified in paragraph 10, above. 

b. Services as specified in the TO and Section C of the contract 



does it 



Performance Measures 


■ Performance Standards 


a) Quality 


I09K reports are prepared and submitted as 
directed l 


b) Timeliness 


100% on time 
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TASK ORDER PROPOSAL REQUEST. 
SOLICITATION NUMBER SAQMPD04R1016 



TASK ORDER REQUEST NUMBER: 2004-02 8/25Q004 

TASK TITLE: Personal Protective Services, Jerusalem Monitoring Group 

Overseas Protective Operations (OPO) 
Bureau of Diplomatic Security 
16* Floor, SA-20 
1B01 Nor* Lynn Street 
RossJyn.VA 2220? 

CONTRACTING OFFICER'S REPRESENTATIVE; 
. Frederic M.Piry 
Division Chief, 



REGIONAL SECURITY OFFICER (RSO): 
Americas Embassy, Tel Aviv, Israel 
Tel.Tel.972-{3]-519-7400 

5, PERIOD OF PERFORMANCE 

The period of performance for this Task Order is one year with one option year. 

6. WORK TO BE PERFORMED 

The President has maintained a national security objective to advance the Israeli/Palestinian peace process, 
through the establishment of an international monitoring mechanism. A Special Presidential Envoy ami. 1 
star! have been dispatched to Jerusalem. Contractor personal protective services are required for the safe 
travel of the Special Envoy and other USG personnel involved in this effort 

?°In view of the unsettled conditions in Israel, the government reserves the rights to curtail, defer, and/or 

suspend services under this Task Order when required for political or security reasons. 

2. The contractor's effort shall be under the daily oversight of the RSO Tel Aviv/Jerusalem or the RSO's .- • 

designee. , 
3 Pursuant to Chapter 650 of the US Department of State Starrdardized Relations, retractor personnel 
requested to perform in any area detenu incd by the Department of State to be a hazardous duty area wUl be 
pakihAzardcH2S duty r^ at *e same rate as given to De^ This pay 

will be listed on the appropriate contract sub-CLIN and will not be encumbered by overheads or fee. 

Performance Objective No. I - As directed, the extractor shall- •■ . , _, 

1 Provide qualified personal protective security personnel to support the Special Envoy and staff in 
peace process activities and operations primarily in the occupied territory of the West Bank, Gaza 
and adjacent areas 
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2. Provide one (l) project manager and three (3) protective detail teams 

3. Ensure that the Jerusalem Monitoring Group teams are deployed with 
T«. m r-nmnosirmn shall be follows; _ 



mtractors on each 



u e mi njuuawn-imM*"** i>w» |U «ave security functions that include, 

but not be limited to. 

Advances 
Route analysis 
Site survey 
Motorcade support 
Driving armored vehicles 
Lead can 
Follow cars 
Close-in protection 
- Protection of walking movements required during travel 

5 Conduct personal protective security services in accordance with the contract referenced above, 
' . : its Section C, Statement of Wort:, and me Tusk Order issued as a result of this request 

Order 

b) ^''nTcompletion of training « days after contract award 

(2) PRS Details stand up 70 days after contract award 

Necessary Conditions 

NC.Nal.l- Toe contractor shall: 

a) .! Ensure diataUctnitractorp««c<»elu^ 

Ctief of Mission (COM) Tel Aviv and Jerusalem authority 

b) Ensure that nve project manager supports the RSO and, if assigned, the DS Special Agent assigned 
as Agent in Chaxge/FRS Cootdmator The DS Special agent assigned as AIC will provide the 
teams with their tasks and expect full expeditious compliance for the safety of all concerned 

NC No 1.2 The contractor project manager shall hold a TOP SECRET security clearance and serve as a 
liaison between the RSO's office and die contractor operating personnel- The contractor project manger 
shall also serve as the on-site administrative officer for (he contractor personnel. 

N.C. No. 1.3 -The contractor workweek shall be as specified in *e contract ^^T^*^^ 

regularly scheduled, extractors may be called upon to support periodic weekencVhohday Mission 

clarions to the West Bank or the Gaza Strip. Should one occur, contractors shall be "vadable to respond 
toTemelgency protection requirement whhinj ftex ootifKaricm 24 hours per day ri cays per 

weS^SS Smdby. de3 members shall I be for route analysis/study, route planum*, site 



surv^ training, etc, or activities as directed by RSO. 

•7.' PROTECTIVE SECURITY POSITIONS AND SPECIAL QUALIFICATIONS OF PERSONNEL 

: Perforni jiuce Objective No. 2 - The connector shall: 
I. Provide personnel to fill the folwwkig positions 
2* Ensure (fast personnel meet the following qualifications 
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Project Manager 

a) The Project Manager position in this task order shall be the same as the Project Manager 
and Detail Leader labor category described in the basic contract 

b) Conducts protective operations under the direction of the designated principal with then 
general advice and guidance of the Regional Security Officer (RSO) named in the Task Order 

c) Acts as company representative or main point of contact for any 
administrative, personnel, or contractual matters pertaining to assigned 
personnel under this Task Order. 

d) Responsibilities: 

See Section C Appendix B, Items A.l and B.l 

e) Qualifications: 

See Section C, Appendix B, Item A.l and B.l 

. Shift Leader 

a) Responsibilities: 

See Section C, Appendix B, Item- B J 

b) Qualifications: 

See Section C Appendix B J, Item B.3 

Protective Security Specialist 

a) Responsibilities: 

See Section C, Appendix B, Item B.4 

b) Qualifications 

-See Section C, Appendix B, Item B.4 

P >rfa»n...« Measures Performance Standard, J. 

a) Positions filled with qualified personnel 100%' ' 

100% is the target standard As part of the contractor performance assessment, the COR will-take mto. 
account any extenuating circumstances that might have precluded the contractor. from meeting the target 
standard. 

8. TRAINING 

Performance Objective No. 3 - The contractor shall: 

|. Ensure that all contractor PRS personnel complete pre-deploymcnt replacement framing as 
specified in the contract 

2 Prepare and submit a plan for training in the Task Order Management Plan submitted m response 
to fins Task Order Proposal Request The first training class shall commence no later than 30 days 
after contract award and all training shall be completed no later then 60 cays after contract award. 

PerioimanceMeasues ?eTfprnmn,ca Sfrmftrft - ^ 

mi«Ktv f Training satbfactorily conducted 

ajv^uaray IA W DS approved training plans 

N.C No 2.1 Tteomtrnctor shall: 

1. Establish the length of the training days (i.e., training hours per day) sufficient to complete 
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tiding within start-end data cited above 

2. Ensure that ihc time prior to start of training is used to complete adnunistrabve matters such i 
processing foi passports, security clearances, immunizations if needed, etc 

3. Ensure that all administrative matters are completed prior to the start of training. 

Note- To ensure uninterrupted training. Ac contractor is authorized to nave replacement trainees 
report early (as a group) to the Washington, DC are* prior to start of training- 



9. 



. SECURITY REQUIREMENTS 
Performance Objective No. 4 - The Contractor shall; 



1. 



3. 



5. 



-Possess and maintain a TOP SECRET facility security clearance issued by the Defense Security 

Service (DSS) in accordance with the National Industrial Security Program Operating Manual 

(N1SPOM), DoD 5220.22M. . 

Ensure mat all personnel assigned to this contract are U.S. citizens and not dual national Israelis 

(since Israelis are prohibited by law from entering the West Bank and Gaza) 

Ensure that the contractor project manager and shift leaders possess a TOP SECRET secunty 

clearance issued by DSS prior to deployment, and maintain that clearance throughout the 

£SS*nces to the Department of State in accordance with me NISPOM. (Request for 
' exception to policy (12 FAM ISO) may be granted if necessary • 
Ensure toat all other personnel assigned to this Task Order are processed for and 9*^*™? 
Agency Check (NAQ to be conducted by me Bureau of Diplomatic Secunty. U.S. Department of 
State, prior to training. 



Note: Contractors will be issued an appropriate, official passport. 



rf rfop».p^ Measures 
a) Quality 



b) Timeliness 



performance Standards 

All contractor personnel possess 
and maintain required security 
clearances 

training completed by 60 days 
after contract award 



10! SCREENING OF PERSONNEL 

Performance Objective No. 5- The contractor shall: . 

1 Follow procedures described in Section 4.3 and Appendices E and Fin Section C to process 
' candidates for replacement or pre-deployment training and subsequent protective services 

7 Enture^ persons selected for pre-deployment training under this Task Order and subsequently 
■uinned to protective duties are U.S. citizens and are issued a official passport 

Candidates will be mma^screened for acceptability' by me COR. . 

4. Prior to cmruneocement of comracter screening process, first determine availability and interest 
ofDS'mitkllyar^ved candidates 

5. After receipt o f TO prc-screeiung acceptability, perform a thorough company screening of 

6 After completion of contractor screening, submit the results, along wto a final list of company 
«n«T>ved candidates to the C»Rp^ a —™i,vk»a 
7. " Sit that the clearance application packages consists of me forms ■denufied in Appendix E to 

SectionC. 

Note: Upon receipt of final list and copies of clearance application packages, DS/IS/TND will standby to 
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assist in the security clearance process ttaough DSS (or DS/PSS) if necessary. Should a security interview 

be required for any nominee, contractor shall make its personnel available during the processing period ^ 

prior to start of training. j 

3 ' IAW DS approved contractor . 

screening plan ' . 

1 1. KEY PERSONNEL 

All personnel assigned to this Task Order are considered key personnel. 

Performance Objective No. 6 - The contractor shall: 
1 Submit resumes for all individuals nominated 

2. Ensure that resumes include SSN, date and place of birth, and clearance status if appropriate 

3. Provide names of personnel to be assigned; include toe names in Attachment (1) 

Perform B ».« Meafflfts ^^SSS^Strsonnel 
a) Retention of key personnel °S^^rLw 

• - throughout enure lasx uroer 

effort 

100% is the target standard. As part of the contractor performance assessment, the COR will take into 
account any extenuating circumstances that might have precluded the contractor from meeting the target . 
standard. 

12. GOVERNMENT FURNISHED EQUIPMENT 

The Government will furnish the following equipment to support this Task Order: 

Weapons and ammuriition (anrnimirtfon adequate for operational retirements) 
Weapons permits 

Armored Vehicle(s) (for official use only) 
Appropriate passport documentation . 
Frequencies for hand-held radios 
Tactical Ballistic Body Armor 

Performance Objective No. 7 - With oversight from the COR, toe Contractor shall: 

1. Initiate and maintain appropriate inventory lists for all GFE that becomes contractor 
responsibility 

2. Ensure that inventory lists are available for auditing quarterly by the COR. 

3. At Task Order end, ensure the disposition of non-expended GFE in accordance with 
instructions provided by the exacting officer. ' 

"Tf'Tfflfl'"* Metres PttfomVttS' 

a) Completion of GFE inventories Every quarter 

b) All GFE accounted for l00% , ' „ . 

100% is the target standard. As part of the contractor performance assessment, the COR will take mto 
account any extenuating circumstances mat might have precluded the contractor from meeting toe target 



13. CONTRACTOR PROVIDED EQUIPMENT 
Performance Objective No: 8 - The contractor shall: 
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Consider BoiMXpendable supplies or specialized equipment purchased for the government for use 
under this Task Order as GFE and shall enter it into appropriate inventory lists 
At Task Order end, ensure the disposition ofnon-«xpended GFE in accordance with instructions 
provided by me contracting officer. 

Ensure that contractor purchased equipment rs approved by COR, including: 

• Ammunition for training requirements in CONUS. 
Weapons Vault 



Hand-held radios and chargers, Motorola 
Model I and Model 3 



Cell phones - Present operational requirements dictate that each detail member carry 
two cell phones - one for the Israeli system and one for the Palestinian Authority 
system. "Both ways" service may be available from one company, this TBD. 

• Laptop Computer (Optional) 

• Telephone & telephone service 

• Rental or leased Cars -One vehicle per team. To be used by Team members for 
shift changes, to &. from work, airport arrivals, etc. and as directed by the RSO. If 
used, one-year lease is authorized. 

• Office space/Meeting room - Most likely room in hotel designated by the COR. To 
be used as admin area, staging and/or briefing room, etc. 

- Limited office supplies 

• Duty clothing (Gortex jackets, boots, etc.) 

• Miscellaneous specialized equipment (flashlights, batons, etc.) 

14. TASK ORDER MANAGEMENT PLANS, TECHNICAL AND COST PROPOSALS FOR TASK 
ORDER 

Performance Objective No. 9 • The contractor shall: 

1. Submit a Task Order Management Plan, technical and cost proposals with their contract proposal 
'' but if this was a normal task order request after award it would be due no later than five (5) 
working days after receipt of Task Order request Contractor is required to rra* the following cost 
reimbursable items as accurately as possible: DBA insurance, travel, housing, equipment, and 
daily subsistence. Contractor is reminded tbat this is a request for proposal (RFP)- U i* .ag la 
p«fc Qrder nor ft** it authorise performance or expenditure of fimda, 



perfonnanccMwHrtf 

a) TOMP submitted as required 



15. SPECIAL NECESSARY CONDITIONS 



performance Standards 
TOMP addresses all 

requirements of Contract Section 

C4J.8.4 



N C 15 I - The contractor shall: 

1) Ensure that contractor personnel adhere to and follow the rules, regulations, and policies of the U.S. 

Embassy Tel Aviv 
• 2) Ensure that contractor personnel: 

a) Recognize that thts will be a high visibility assignment 

b) Perform and conduct tbemselves with proper decorum, subject to the 
authority of the UJ5, Chief of Mission • . 

3) Ensure mat contractor personnel report immediately any apparent or suspected foreign intelligence 
contact to the RSO or ARSO. 



.-75" 



B7(E) 



N.C 15 2 • Since the issuance of appropriate 
Contractor is requested to provide the Project Officer with names of team 



potential 
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replacement personnel (include SSN and DOB). Contractor personnel must obtain and deploy with official 
passports in addition to the passport documentation issued by USG. 

N C 15.3 Contractor is authorized to send an advance parry of not more than two company representatives 
to Jerusalem, to coordinate bousing, arrival of main party, etc. See Section C, Section 4.1.10. The 
contractor shall; 

• Ensure that the advance party individuals have SECRET level security clearances and authority to 
act for the contractor 

- • Provide names, SSN, DOB, and verily clearance status to Contracting Officers Representative not 

less than seven days before scheduled departure . ■ 

' • Ensure that the advance party does not commence travel until authorized to do so by program 
office 

• Ensures that all travelers have advance country clearance to travel to post 

DELIVERABLES 

(a) ' Services- as specified in Task Order, and Section C. 

" (b) Clearance application packages, as specified in paragraph 7 above. 

(c) Monthly, Quarterly Reports and other reports as required by Section C, 
Section 4.6 



UNCLASSIFIED 



UNCLASSIFIED 



SAQMP0.05-O1100 


Document No. 


Docunwrt Tttie 


Page 




SAQMPD04R10I6" 


TRIPLE CAMOPY !MC 


11 



i ■ 



ATTACHMENT 1 

PERSONNEL LISTING 







Name 


1 


Project Manager 




[ 


Shift Leader (Team A) 






Shift leader (Team BV 




.J 






• 
[ 


TJe>**+ «4iu» CtMHfVC QfWN* 




i . 






3 


p-rttaii- lini Q*»-i/i/*f»-e CnW 




4 


tli.jtfj-ti.iai V AMI jj* M QrVH" 




5 


Protective services opec. 




6 


Wk - j - - *-* CaMNAan Pnaf 




7 








Protective Services Spec 




9 


Protective Services Spec. 




10 


Protective Services Spec. ■_ 




11 


Protective Services Spec. 




12 


protective Services Spec. • 
















• 
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ATTACHMENT 2 
PROTECTIVE SECURITY OPERATIONS TRAINING 

I. Organization of a Protective Detail 

Candidate shall demonstrate a working knowledge of the duties, organization, respoasibiUties,.and position,. 



T _.. Terrorist Operations 

Candidate shall demonstrate general working knowledge of the terrorist attack cycle and specific 
knowledge about designated terrorist groups and groups which represent a threat to the President of Hani, 
his family, and members of his Government (indigenous or transnational) operating in Haiti. 



Formations 



Candidate shall demonstrate functional knowledge of the following protective fo rmations:! 
-- — -i -:==^^;&""^^ iliauj p Buma ti Mw » nri nng l tlm i n i u during I 



~~* r at&<tis i mb proper toms t taa and pwiUoiilMg dm to g race line, 
press conference, speech, and receiving lines; demonstrate proper deployment proce^es durir« arrrv»l 
and depaxutre scenarios; understand arid implement basic protective doctrine of sound-off, cover, and 
evacuate" during attack on protectee drills. 



4. Motorcade Operations 
Candidate shall demonstrate knowledge of DS tactical motorcade ^ 
understand end, implement motorc^ujrup^emate^on^Us.j.e 



, and procedures;, 



-waiui mil UllVUUj MJUS7~ 



_JpTemonstrtle Knowteuge ui wiu* 



Protective Security Advances 

tttMDdhm At*— and m 



on uaig i uocu r oute s ; cuuuua a site mviuue m awwuaiice witn us pimcumes pjui-*j, w»« » «»c 
survey in an approved DS format; perform a hospital survey. 

6. Radio Procedures 

Candidate shall demonstrate knowledge of DS radio procedures, terms for arrivals a f H >v™rri . r rcs, 
motor cade operations, and adv ances. The candidate should also be able to correctly (operate a 



radloj£ 



7. Gountermeasures 

Candidate »hril dm cmatrate an tmdenta ndin B fer protective 
fhrJbfjgfegingJ 



c 



S. " Emergency Medical Training 

.Candidate shall demonstrate an understanding of, and capability to perform basic emergency life support 
and first aid. Medical training will also encompass first aid treatment to victims of a chemical or biological 
attack. 

9. Firearms Shooting Proficiency 

Candidates shall demonstrate acceptable proficiency in the use and handling of all issued personal firearms, 



Page ( 

If 



1 



B7(E),B7(F) 



B7(E),B7(F) 



.UNCLASSIFIED 



UNCLASSIFIED 



SAQMPO-05-D1100 1 Document No. 


Document TWo 


Page 


SAQMPD04RI016 


TRIPLE CANOPY INC 


If 



111 



to include handguns and shoulder fired weapons. Candidates shall also demonstrate knowledge of the DS 
deadly force policy g» j.tifi*»ti™» he *> DS standards, whirh are rffitermined by the PSS Subject 

Matter Experts (SMEs)7| ^Lj W i th Ont i fA fi l nck fM odel 

i9)pistol (Concealed Cany with beK/Hrp, and cross-draw hoEErsJ 



hie 



B7(E); 



\0.' Driver Training 

Candidates shall demonstrate acceptable proficiency at an appropriate driving location. Training vehicles 
will be automatic, four-door sedans, suitable to accommodate three students and one instructor per vehicle. 
Instructors shall be in the vehicles with the students during all Vehicle Dynamics, Evasive Maneuvers, and 
basic motorcade operations exercises. Vehicles shall be kept in safe, operable condition during the training 
course or replacement vehicles shall be immediately available (no more than 5 minutes of training down 
time. As a mmiraum, the following topics will be taught: 

• Vehicle Dynamics: Serpentine, Braking (threshold non-ABS), with ABS, Braking and Tummg 
(accident avoidance), Tummg and braking. Skid Control, Emergency Speed Transitional 
driving using full —-fur* and, then trav el bate only, drive from right front seat,., 

• Evasive 1 



1 Bask Motorcade Operations: US tactical motorcade dpcntuciiM, tarns apu piouwimw 1, t ue 
" ' uWsfbrth cjMafcjnmi^^ 
; action drills,! 




B7(E), B7(F) 



11. Defensive Tactics 

Candidates will demonstrate functional knowledge and proficiency in basic survival skills in defensive 
tactics" this will include , fundamentals of survival skills for non-lethal and lethal force situations; basic 
strata; takedowns; control techniques using pressure points and joint manipulations; weapon retention and 
takeaways; applications of intermediate weapons using the straight baton and OC spray; and defense 
against weapon attacks. 

12. Land Navigation and .Equipment 

Candidate will demonstrate functional knowledge and proficiency in basic map reading, terrain feature 
identification, determine grid coordinates using military grid reference system, use lensatic compass. The 
candidate should also demonstrate a functional knowledge in the use of CPS chart plotting receivers. 
Candidates should be able to mark waypoints, plot routes, and perform basic navigation with designated 
handheld CPS devices. 

{3. Oversight 

The HTPD and DS Training Center subject matter experts (SMEs) may observe training and recommend 
comxtions as needed during the course of training. 

COURSE INFORMATION 
HOURS OF PROGRAM OF INSTRUCTION 



Course 


Practical 
Lectare 


Exercises 


Total 


Firearms ^ 


2.5 


13.5 






3x2 


5x2 


16 


Defensive Tactics 


1.5 


14.5 


. \6 


Intel Brief 


1 




1 


Introduction to Details 


.5 




.5 
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Oronni7sHnn cf Protective Detail 


I 




1 


J CiiUTISl \jpvi* u * v ' w 


2 




2 


ronnauons 


1 


3 


4 


AOr Benign 


. .5 


2 


2.5 


Da KflulO rroCeourcs/ ypwouyiu 


1 




I 


Arrivals and Departures 


I 


2 


- .3 


Running Fenders fit wncrgoiicy cyouj«uwii wub 


1 


2 


3 


Chan-Bio 


4 




4 


Advances 


2 


4 


6 


First Responds 


4 




4 ■ 


Vehicles Dynamics 


L7 


XT 




DS Motorcade Operations 


.2 


4 


6. 


CQB 


t 


8 • 


? 


Attack on Motorcade 


5 


5 




AOP/PSS 


8 


8 




ffitWehicfe Search ». - - 


..5 


: U 


• .2" 


.Total Hours 






• 127 


NOTE: Cheni-Blo/First-RespOHder was originally 2 eight-hour day*, iney are no* boux don* in I 
dqkt-hour daf. ; J 
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1.4 FILE SECTION J - ATTACHMENT G - DEADLY FORCE POLIC YDOC 

Attachment G 
DEADLY FORCE POLICY 

1. Definlttoo of -Deadly Fore." 

-Deadly force" is the us* of any force that is likely to cause de«h or serious physical ityury. When a 
Protective Security Specialist (PSS) uses such force, it-may only bedone consistent : with Ats policy. Force 
that is not likely to cause death or serious physical injury, but unexpectedly results m such harm or death, s 
not governed by this policy.' 

2. Probable Ciuse for the Use of Deadly Force 

Probable cause, reason to believe or a reasonable belief, for purposes of thjspoUcy,m«ns fects and 
circumstances; including the reasonable inferences drawn there from, known to the PSS at the tune of tite 
use of deadly force, that would cause a reasonable PSS to conclude that the point at issue is probably true. 
The reasonableness of a belief or decision must be viewed from the perspective of toe PSS on foe scene, 
who may often be forced to make split-second decisions in circumstances that are tense, uiiprechetable, and 
rapidly evolving. Reasonableness is notto be viewed from foe calm vantage point of hindsight. 

3. Principles on Use of Deadly Force 

The Contractor adopts the Department of State policy which recognizes and respects foe fotegrity-and 
paramount value of all human life. Consistent with that primary value, but beyond the scope of the 
o^KipIes-articulated here, the full commitment by the Contractor to take all reasonable steps ^prevent 
L need to use deadly force, as reflected in Diplomatic Security (DS) approved tremmg wd procedtms. 
YeYev^^b^vxntion policies are on. occasion insufficient, as when a PSS is confronted with a threat 
to his or her life arVd/or the life of protectees or other individuals. Wfch respect to j^ s ^ 0oM ,^ * 
Iceeoins with the value of protecting all human Ufe, the touchstone of this policy regarding use of deadly 
fo^ is necessity. Use of deadly force must be objectively reasonable under all the circumstances known 
to foe res at me time. 

4. Permissible Uses of Deadly Force 

al The necessity to use deadly force arises when all other available means of preventing imminent 
and Brave danger to PSS or other persons have failed or would be likely to fail. Thus, employing 
deadly force is permissible when there is no safe alternative to using such force, andwrrhoutrt the 
PSS or others would face inuninent and grave cuuiger. A PSS is not required to pla<* himself or 
herself, another PSS, or the public in unreasonable danger of death or serious physical mjury 
before using deadly force. PSS will fire at a person only in response to an imminent threat of 
deadly force or serious physical mjury against the PSS, protectees, or other individuals. 

b) r^cterminiiig whether deadly force is necessary may involve iiistantaneous decisions that 
encompass many rhetors, such as: 

The likelihood that the subject will use deadly force on foe PSS or others if such 
force b not used by the PSS; 

The PSS' knowledge that the subject will likely acquiesce if the PSS uses lesser 

force or no force at all; 

The capabilities of the subject; 
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The presence of other persons who may be at risk if force is or is not used; and 
The nature and the severity of the danger posed. 

c) Deadly force should never be used upon mere suspicion that the actions of an individual or 
group of individuals will result in serious injury or death of a PSS, protectees^), or others. 

5. Use of Lesser Means Than Deadly Force 

a) Intermediate Force . . 

If force less than deadly force could reasonably be expected to accomplish the same end, such as 
restraining a dangerous subject, without unreasonably .increasing the danger to the PSS or to 
others, then it must be used. Deadly force is not permissible in such circumstances, al *ou^ the 
reasonableness of the PSS' understanding at the time deadly force was used will be the benchmark 
for assessing applications of this policy. 



Prior'tolIsu^SSy force, if feasible, PSS. will audibly command the subject to submit to their 
authority. If, however, giving such a command would itself pose a risk of death or senous 
physical injury to the PSS or others, it need not be given. 

«. Warning Shots and Shooting.to Disable 

8) Warning shots are not authorized. Discharge of a fireann fa usually <f"^<f d j° J* 5 

oermS only under the same circumstances when deadly force may be used-that is, only 

when necessary to prevent loss of life or serious physical injury. Warning-shots themselves may 
pose dangers to PSS or others. 

M Attempts to shoot to wound or to injure are unrealistic and, because of high miss rates and poor 
stopptog^ectjveness, can prove dangerous for the PSS and others. Therefore, shcotmg merely to 
disable is srrongVdiscoiJraged. 

7. Motor Vehicles and Their Occupants 

Shootinc to disable a moving motor vehicle is forbidden. A PSS who has reason to believed^ a driver or 
£££ £*s1n hnmineufdanger of death or serious physical mjury to the PSS or c^may fire «dre 
driveror ^occupant only when such shots are necessary to avom death or serious physical mjury to Je 
-££ ■ if «« public safety benefits of using** ; force reasonably ^Jto outwe^auy . 

to the PSS or the public, such as from a crash, ricocheting bullets, or return foe from the subject or 
another person to the vehicle. 

8. Vicious Animals 

Deadly force may be directed against vicious animals when necessary m self-defense or the defense of 
others. 

9. Investigation of Incidents of Deadly Force 

al Investigative Jurisdiction , . .„ 

The Rc^onal Security Officer and local law erdorcemerit authonty having ^ ns ^°" 

mv^gaticm of the incident of deadly force. I»SSpersoandwiU<w^ fully wtth 

the mvestigating authority, 
and investigations. 



} 
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c) Administrative Leave/Duty " . 

PSS who nuke use of deadly force will be placed, as circumstances dictate, on administrative 
leave or assigned to duties not requiring the carrying of a firearm until the internal review and 
investigation are completed and PSS is authorized to return to duty. 



10. 



FIREARMS 



No. PSS shall carry a firearm unless: 

The PSS has qualified with assigned weapon(s) in accordance with contract terms and 
conditions; 

The PSS is not disqualified by any bw of the United States including 18 USC 922(g) 
relating to convictions for misdemeanor crimes of violence; and 

The PSS has been authorized by the Regional Security Officer and any applicable host 
country authority to carry and use firearms in me performance of their duties with respect 
to maintaining the security and safety of persons designated in Che WPPS contract and 
Task Order. 

11. Responsibility ' 

A PSS is responsible for having a complete understanding of hia or her authority and Us limitations, and 
applicable guidelines and procedures. 

i 

12. Issues Reqelrlng Clarification 

Ail issues relating to this policy which re<[uire clarification shall be directed to the Chief of the High Threat 
Protection Division, Bureau of Diplomatic Security, Overseas Protective Operations. 

13. Aborted Firearms and Related Equipment 

PSS may carry only handguns, holsters support ^^^^^^^^l^^- 
issued or approved. Under no circumstances is a PSS to modify any support weapon or r 
trte Department of State has issued. 



14. Qualification 

To be authorized to carry a Departmervt-issued or approved firearnya PSS 

exceeding a specified score whh a Department-issued or approved firearm ^Jf^dance with the contract 
Un^wcircWstoce shall a PSS carry a firearm If he or she has act successfully completed the required 
firearms qualification procedures. 



with DS approved 



15. Wring Range Procedures 

The firing range msmictor shall ensure thai all training is conducted safely in 
guidelines, lesson plans, and manuals. 

16. Prescription Medicstioa 

A PSS who is taking prescription medication, except for short-term antibiotics, anti-malarial jKtmhylaMs, 
^S^^dtacffcc< S ) to the Regional Security Officer ««1 OSlOPOMTP . The fcegkmal Security 
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Officer withthe assistance ofDS/OPO/HTP shall determine wheftersuch MPS. <baH be aUowed hto. eontinue 
to carry a firearm white taking the medfcation. Pending written approval the PSS shall not perform PSS 
duties. 

17. Standards of Conduct for Armed PSS personnel 

a) pSS shall remember at all times the serious responsibility and potential dangers attendant 
to their authority to carry firearms md cMdnct dicrnselves accordingly; 

b) PSS are accountable for their actions and shall conduct themselves m a manner, which 
shafinotbring discredit to the DeparonentcfStateortoUieniselves; 

c) A PSS shall Heat a firearm alall times as if it were loadexfcand 

<Ti Ail incidents involving misconduct with a firearm shall be reported immediately to the - 
Reaional Security Officer and DS/QPO/HTP. Ahy such incidents shall be considered serious, and 
., the PSS involved may be subject to criminal, civil penalties and disciplinary actxm. 

18. Activities Specifically Prohibited 

The following activities are specifically prohibited for PSS while armed: 

a) Careless or irresponsible behavior, • 

M Careless or unnecessary display of a firearm in public; 

ci Drv-firing or practicing quick draws other than during training or quaiifiMtjon pracbce; 

d) Threatening a person, « making an unwarranted allusion to being armed, m any situation 
not directly related to an official purpose; ...... - 

-> Consumption of any alcoholic beverage while armed, or ax hours rm«- to being armed, 

. cLtany-rtn^ - 

his or ^j^ medta|tioos „ drugs that may irnpair judgment or ability while on duty; ■ . 

g) Carrying or osing any firearm, ammunition, or related equipment not specifically issued 
or anoroved bv die Department of State; and 

h) Carrying or using a modified firearrn not previously approved by Ac DS armorer. 

19. Availability of Firearms ........... 

Protective Security Specialists (PSSs) may carry their firearms in the United 

.S^l^applSe procedures, guidelfees, comract aod/ortask ^requirements, end consistent 
with applicable authority. 

20. Securing Firearms 

»> A PSS is responsible for mawtaming the safety and security of his or her fireaim. A PSS 
shall secure his or her firearm in accordance with established Post policy and company P°»<^ 

b) IfaPSSkwhisorherfwarm.wifmernxam 
notify the Regional Security Officer. 

c\ The PSS shall immediately report any loss or theft to bis or her supervisor who shall 
DromoUY notify DS/OPO/HTP. On the next business day, the PSS shall r*epare a memorandum, 
^gS^rLr irnmediate supervisor, to the Phonal Security Officer, moroughly explaining 
tbe circumstances of the loss. 

21. Drawing Firearms 

A PSS will not draw his or her firearm unless confronted with the threat of deadly, force or serious physical ■ 
injury. 
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22. Discharges 



a) Reporting - A PSS who has discharged a firearm shall orally report such discharge immediately 
to his or her direct supervisor and shall prepare a written report delineating the circumstances of 
me discharge within 24 hours. 

b) Investigation - Internal investigations of all discharges of firearms shall be under the 
direction of the Reeionai Security Officer and DS/OPO/HTP. Pending the results of the 
investigation, the PSS who has discharged his or her firearm may be placed on administrative 
leave of may be assigned duties that do not require the carrying of a firearm. 



c) Media Inquiries - PSS personnel shall make no comment to the media regarding a discharge. 
PSS shall refer inquiries from the press regarding a discharge to the Regional Security Officer. 

d) Discharge Involving Injury or Death - After meeting the exigencies of a shooting situation and 
securing the area as required, the first concern of PSS personnel shall be die physical and mental 
well being of all PSS | 



e) Notification of Appropriate Law Enforcement Authorities - The responsible PSS supervisor 
shall notify the Regional Security Officer immediately of the discharge. 

ft Investigation -PSS on the scene at the time of the discharge shall not investigate the discharge. 
The firearm that was discharged shall be secured, preserved as evidence, and relinquished to the 
Regional Security Officer. 

23. Disciplinary and Other Actions 

a) The Regional Security Officer, Contracting Officer, and/or Contracting Officer's Representative 
shad be kept fully Informed of any discharge of a fireaim by a PSS, or of any incident, which 
results in an allegation of misconduct with a firearm by a PSS. 

b) The Regional Security Officer, Contracting Officer, and/or extracting Officer's 
Representative may ask the Contractor to reassign a PSS to duties that do not require the carrying 
ofa fireaim, require the PSS to undergo remedial training, or ask the Contractor to reassign the 
PSS to another contract other than the WPPS contract wim the Department of State. 

c) The Regional Security Officer, or the Chief of the High Threat Protection Division may refer 
matters to relevant law enforcement authorities, when appropriate. 

24. Applicability of Polky and Regulation 

a) Nothing contained in this policy shall be construed to limit or impair the mitriority or 
responsibility of any other Federal law enforcement agency of the United States or host country 
with respect to investigative, protective, or intelligence activities. 

b) This policy will be used in conjunction with an Embassy's firearm policy written by toe 
Regional Security Officer end approved by the Chief of Mission, if any provision of this policy 
conflicts with the Embassy's firearm policy, the Embassy's firearm policy is controlling. 
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